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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at the time the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence. Site Active 
project is pre-NTP. Projected budget is the current budget at the close of estimates when construction activities will physically begin for the project. 
the current quarter. Difference displays any variance (+/-) between the Complete identifies the point in time at which the project may be deemed 
Initial Budget and the Projected Budget. Projects trending under budget substantially complete, and ready for use by the general public. Completed 


will be highlighted in green, those trending over budget will be highlighted | phases will be shown in italics with darkened fields. Status identifies the 
red. current phase the project is in: Design, Advertise, In Construction, & 


Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Route 107 1R Improvements 


Budget Spent Schedule 
Initial Projected Difference To Date Status Advertise NTP Site Active Complete 
Design S 0.4 S$ 0.4 °=5 - S 0.1 In Construction 
Construction $ 26 $ 26 $ - S$ - _ Performance 
~ Other S 14 $5 14° S$ - S 0.2 | Anticipated Completion at NTP 
Contingency S$ 0.2 S$ 0.2 5 - S - | # of Months Late 
Total $ 45 $ 45 ison es S$ 0.3 Iq % Construction Change Orders: 
PTSID: 0076N | | Design as percent of Construction: 
Type: Pavement L Other as percent of Construction: 


Design: Includes costs for design contractor/consultant 
Construction: Includes costs for construction contractor setvices 
Other: Includes costs for right-of-way acquisitions, utility work, 
project oversight 
Contingency: Budgeted value to be utilized to address unfores 
issues. Contingency value is a reflection of the risk remaining on th 
project. 

Budget Contingency: At notice to proceed, budget contingency is 
typically set at 5% of low bid. 

Schedule Contingency: At notice to proceed, schedule contingency is 
typically set at 10% of the contract duration. Deviations from this 
standard may occur due to winter shutdown. Winter shutdown 
typically takes place from December 15 from April 15 but is weather- 


Performance 
Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 
# of Months Late: Displays the difference between the Anticipated 
Completion at NTP with the current Schedule Complete date. Positive 
values indicate that the project is behind schedule and are highlighted red; 
negative values indicate that the project is ahead of schedule and are 
highlighted green. 
% Construction Change Orders: Ratio of the value of approved change 
orders versus the original contract award value 
Design as percent of Construction: Ratio of the budget values for Design 
versus Construction 
dependent. . . Other as percent of Construction: Ratio of the budget values for Other costs 
Total budget estimate to deliver the project. far producing theiprdiect versus‘Construction. 

pro 8 pro} 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 

Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design ne, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time On-Time 0-5% 
0-6 months behind Over Budget 5-10% 


6-12 months behind 10%+ 
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Project Summary Lists 


L@BACY  PROBM AM seeccscsicscseescsveedsucdediiaceslavestsieadbudes des acendeescevedecdentesduedte gshdasebudunduaducovadsateseideuten veveunld Sbesadanedessctsi dundee sSssareveusivente A-45 
2015 PCOS FAM sss cks ae ce a5 Secs vad seg hace sags taa ciao cons c an ca av enev ons raeaaanate eat ceyceaoee cos eumeanrgeie ae aguas eae neater ery A-46 
2016 POR MAM as Scctci it cncvssences Secures pst dcsisiradeentns hsecesssedvealesdaeauesevescvsssuscevessevesesaanssss casa etectearoiensa tvagersbeuenoeseseererwessanntee aise ae A-47 
2017 PO ANY coc scheiass cicada batches ago Stecs cg lah ant haan dg tesa pas eaea ce cea teunsanedcuntiew vedcuncsciasatucetste aaecenen oueis ovate aucesfeiaeuetoniere ex A-49 
2018 PROS RGUN asec atasevovavetesavedvaves dtecacevavesteaweceeseetelavaevea seater sadveavesieaceSividetepave tients den davtaeateedevestanstouteundteseee dans tnatevversiaiates A-51 


Changes from Last Quarter 
Changes to Schedule this Quartel..........scesecceseeseeeeeeeseeeeeeeceeeeeesaeesaeeeseeesaeeeaeeeeaeeeaaessacessaeeaeseaaeseaaeeneeseaeesseeesaeeesas A-54 
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Index of Projects by Municipality 
Index of Projects by Municipality sii: citesccdeeieslici dais Aagiedude el ste HUN ies eaacedd lend eeedoee eeecs A-59 
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FFY14 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.01—Feb-12 }| 04-Apr-13 | 25-May-17 
Design NA $0.008 NA ($0.001) 
Construction $1.500 $1.570 $0.070 $1.288 Anticipated Completion at NTP: 31-Oct-14 
Other NA $0.979 NA $0.826 ap miontheilare: 
Contingency $0.085 $0.000 (S0.085) $0.000 ae Conctniction changé Grder 80, 
Total Ne $2.556 32.114 Design as Percent of Construction: NA 
ED. Sauk NEE; BRIDGE ale aad Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.002 NA ($0.002) 
Construction $2.600 $2.804  $0.204 $2.795 RnticipatedicamPletioniae nize 29-Feb-16 
Other _NA $1.738 NA $1.861 eorRnenthe late: 
Contingency $0.130 $0.000 0.130) $0.000 SAGE RCIOn Granee orden 12% 
wots! aus $4.544 $4.653 Design as Percent of Construction: NA 
psp ies) NEE SERIDGE Other as Percent of Construction: 62% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-May-13 | 29-Aug-13 | 06-Apr-17 
Design NA $0.203 NA $0.111 
Construction $15.300 $15.956 $0.656 $15.460 a . ; 
Other NA $3.115 NA $2.947 ee at NTP: 30-Nov-17 
Contingency $0.765 $0.000 (S0.765) $0.000 ae erm the Changs Orden 3% 
iota! as $19.274 $18,518 Design as Percent of Construction: NA 
PIRID: OLS TYPE: BIESE wi Legacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.164 NA $0.156 
Construction $8.447 $8.500 $0.053 $8.424 Anticipated’ Completionat NIP: 31-Juk17 
Other _NA 52.490 NA $2.597 or months lace: 
Contingency $0.422 $0.000 (S0.422) $0.000 eROR NC THUETION Grange Orden "7% 
hotel Ne $11,154 $11.17 Design as Percent of Construction: NA 
BSD Ee IRE: SNDDISE vee Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $6.220 NA $0.000 
Construction $4.657 $4.843 $0.186 $4.841 oe : . 
Other "NA $1,512 NA $0,550 OU LER oa at NTP: 31-Jul-16 
Contingency $0.233 $0.000 (S0.233) $0.000 Bi eoaehunien Change Bidar: 2% 
Total Ne $12.575 $5.390 Design as Percent of Construction: NA 
PIS: aun HPS BRIDGE v| Legacy Other as Percent of Construction: 31% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Oct-12 | 24-Jan-13 | 18-Jul-17 

Design NA $4.175 NA $2.151 

Construction $68.931 $74.449 $5518 9973-119 Anticipated Completion auntie: 31-Mar-16 

Other NA 524.766 NA 524.506 Hor Relate: 

Contingency $3.447 $1.212 Oumaorensvals: 

Total NA $104.602 % Construction Change Order: 14% 
td = Design as Percent of Construction: NA 
HED Gils TNE BRIDGE Other as Percent of Construction: 33% 
OPERATING 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: é 

Design NA $0.000 NA $0.000 

Construction $2.181 $1.533 ($0.648) $1.546 Anticinated:Compietionat NIP: a0sen16 

Other NA $1.002 NA $0.383 sat months late: 

Contingency $0.109 $0.000 (S0.109) $0.000 Se Camcenueran Change enias 59% 

Total Ne $2.534 $1,928 Design as Percent of Construction: NA 
PIStDe 200GF AIRE: DPERSIINS wv eaeacy Other as Percent of Construction: 65% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA ($0.006) 

Construction $1.641 $0.879 ($0.762) $0.850 Anticipated Completion at NTP: Be DeciG 

Other _NA $0.119 NA (S0.142) Roc niente ace: 

Contingency $0.082 $0.000 (S0.082) $0.000 O CHREEEHOn ichenwas Order "18% 

Mee ne $0.998 $0.702 Design as Percent of Construction: NA 
ASE Oel RESCUER BING Jee Other as Percent of Construction: 13% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA $0.000 

Construction $0.700  $0.505 ($0.195) $0.505 Anticipated Completion at NTP: S6:Noyte 

Other NA $0.110 NA $0.091 ter mienthsilaca: : 

Contingency $0.033 $0.000 (S0.033) $0.000 of Canctrution chanke eee "53% 

Total ale 30.615 $0.596 Design as Percent of Construction: NA 
PIS: 7003E TEE Oren ale ad Other as Percent of Construction: 22% 
PAVEMENT 

Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [19-Mar-14 | 09-Jul-14 [20-Oct-17 

Design NA $9.714 NA $7.003 

Construction $29.489 $29.800 $0.311 $27.591 Antivigated Completion at NIP: 30-Nov-17 

Other NA 530.569 NA 528.184 ap montheiane: : 

Contingency $1.474 $0.917. (S0.557) $0.000 of Canskracion change Gide 3% 

Total le $71.000 362.778 Design as Percent of Construction: 33% 
Epi ter TNRE: ev eMENIT of) Peay Other as Percent of Construction: 103% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [15-Nov-13] 26-Feb-14 | 30-Nov-16 
Design NA $0.000 NA $0.000 
Construction 50.803 $0.811 $0.008  S$0.624 Anticipated Completion auntie: 31-Mar-17 
Other NA S0.477 NA $0.475 Hot months late: 
Contingency $0.040 $0.000  (S0.040) $0.000 CACOnT RUSTON Ghanee order 19% 
ioral Me $1.288 $1.098 Design as Percent of Construction: NA 
ETD: OBiZE DRE Pay eMENE Abels) Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Sep-14 | 15-Jan-15 | 
Design NA $0.001 NA $0.001 
Construction $3.710 $3.884  $0.174 $3.386 - . ; 
pare a "NA $1.545 NA $1,535 eee at NTP: 31-Dec-15 
Contingency $0.185 $0.000 ($0.185) $0.000 SiC anstUcHon Change Cider 1% 
Total us 35.430 34.922 Design as Percent of Construction: NA 
Pini OleF TRE: Een i Peerey Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.675 $0.695 $0.020 $0.561 Anticipated completioniat NTE: 30-Jun-15 
Other NA S0.309 NA S0.184 et eacttaee [ERED 
Contingency 50.034 $0.001  (S0.033) $0.000 BF COACUCION Hance Order: 3% 
wots ae $1.005 $0.745 Design as Percent of Construction: NA 
PIENES ESI [MINES BANE! viEce ae Other as Percent of Construction: 44% 
utdielt ER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Aug-14 | 24-Dec-14 | 17-Apr-16 
Design NA $0.326 NA $0.237 
Construction $6.926 $6.927  $0.001 $6.470 Anticipated! Completion acNTP: 31-Jul-16 
Other NA 52.049 NA $2.176 ter mienthsilaca: 
Contingency $0.346 $0.010  (S0.336) $0.000 of Canctrution chanke eee 19 
Total ale 39.311 38.883 Design as Percent of Construction: NA 
FISD: 2003 TPE: VRE (OTHER i beeacy Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA ($0.001) 
Construction $2.423 $2.573 $0.150 $2.475 Anticipated Completion’at NTP: 30-Nov-15 
Other NA $1.324 NA $1.294 ap montheiane: 
Contingency $0.121 $0.000 0.121) $0.000 of Canskracion change Gide 3% 
Total ua 33.897 33.769 Design as Percent of Construction: NA 
EIDE, Ole RE, TBAREE Other as Percent of Construction: 51% 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction 50.649 $0.649 $0.000 $0.541 Anticisated Completion au Nie: 
Other NA S0.639 NA S0.603 # of months late: 
Contingency $0.032 $0.000 (S0.032) $0.000 Sr Comeion Change Oren 
Hotel ane $1,288 $1,144 Design as Percent of Construction: NA 
fl DEAUISE PE EEE vee Other as Percent of Construction: 98% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Sep-14] - [al Stiketol ils 
Design NA $0.000 NA ($0.001) 
Construction $2.319 $2.319 $0.000 $2.286 . . ; 
Other "NA $0,530 NA $0,458 Unione rele eal at NTP: 31-Dec-15 
Contingency S0.000 $0.000 $0.000 5$0.000 ei-Construction Change Onder 0% 
Total ula 32.849 $2.743 Design as Percent of Construction: NA 
ple een FES TBAGEIE i beeeey Other as Percent of Construction: 23% 


FFY 2015 LEGACY PROJECTS 
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FFY15 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18-Sep-15 | 12-Jan-16 | 01-Nov-16 
Design NA $0.090 NA $0.069 
So MEHOD e200 eA Mc Anticipated Completion at NTP: 31-Jul-17 
Other NA $1.042 NA $1.048 ap miontheilace: 
Contingency $0.100 $0.003 (S0.097) $0.000 Ff canctruction changé Grder 33% 
Total Né 33.235 33.018 Design as Percent of Construction: NA 
ETDS O1ser: TYEE; BRIDGE wi breaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Aug-15 | 08-Nov-15 | 17-Jul-16 
Design NA $0.065 NA $0.018 
Construction $0.550 $0.458  ($0.092) $0.387 ae . : 
Othe: "NA $0,325 NA $0,351 oUaciprta ala at NTP: 31-Jul-16 
Contingency $0.049 $0.000 ($0.049) $0.000 SAGE ROCiOn Gianee orden "8% 
vee aus $0.848 $0.756 Design as Percent of Construction: NA 
PERS Shee INEESERIDGE Me Other as Percent of Construction: 71% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.425 NA $0.402 
Construction $14.000 $12.500 ($1.500) $11.981 ee . ; 
Other NA $2,188 NA $1,784 eee at NTP: 31-Jul-17 
Contingency $0.700 $0.000 ($0.700) $0.000 ® Construction Changs Orden "79% 
iota! a $15,113 $14,167 Design as Percent of Construction: NA 
Fie een PEE BRIUSE a7) Degacy Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.133 NA $0.109 
Construction $6.200 $7130 9 S0'930') $7,239 Anticipated Completion at nie: 31-Dec-16 
Other _NA $1.554 NA $1.594 or months lace: 
Contingency $0.313 $0.000 0.313) $0.000 8 germs unui tina Chen ee One 17% 
hotel Mel 38.817 Design as Percent of Construction: NA 
flsiby CHL (ee NDI Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Jun-15] 01-Sep-15 [15-May-17 | 
Design NA $0.110 NA $0.066 
Construction $2.208 $2.528 $0.320 $2.554 es ; ; 
other "NA §1.035 NA $1,292 OU LEAR ae at NTP: 31-Jul-17 
eer ala a ee ree % Construction Change Order: 31% 
— : . - Design as Percent of Construction: NA 
ep PS SEIDSE v| Legacy Other as Percent of Construction: 41% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0163F 


Budget Spent 
Initial Projected Difference To Date 
NA $0.103 NA 50.030 
$10.891 $10.569 ($0.322) $9.935 
NA $2.532 NA $2.601 
$0.545 $0.000 ($0.545) $0.000 
_NA $13.204 $12.565 
TYPE: BRIDGE w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.595 NA $0.309 
$5.600 $5.862 $0.262 $5.825 
_NA 52.685 NA $2.822 
$0.280 $0.000 ($0.280) $0.000 
NA $9.142 $8.957 
TYPE: BRIDGE iv) Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: [29-Jul-15 | 21-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 24% 


Advertise NTP 


Complete 


Schedule: [29-Apr-15 | 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 10% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 46% 


Complete 


Design 
Construction 
Other 

Contingency 
Total 
PTSID: 0143R 


Budget Spent 
Initial Projected Difference To Date 
NA $0.225 NA $0.037 
$5.600 $5.794 $0.194  $5.663 
_NA $1.215 NA $1.990 
$0.280 $0.562 0.28 $0.000 
NA $7.796 $7.690 
TYPE: BRIDGE 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 21% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0113V 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.051 
$4.300 $3.956  ($0.344) $4.009 
_NA $1.256 NA $1.326 
$0.213 $0.000 ($0.213) $0.000 
NA $5.262 $5.386 
TYPE: BRIDGE v|Legacy 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 32% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0154B 


Budget Spent 
Initial Projected Difference To Date 
NA $0.075 NA $0.026 
$2.200 $2.061 (0.139) $2.063 
NA $0.612 NA S0.673 
$0.110 $0.046 (S$0.064) $0.000 
NA $2.794 $2.762 
TYPE: BRIDGE iv) Legacy 


Advertise NTP Complete 
Schedule: [31-Dec-14 [15-Apr-15 | 31-Aug-16 
Anticipated Completion at NTP: 31-Oct-16 
# of months late: 
% Construction Change Order: -3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 30% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: | 15-Oct-14 | 14-Jun-15 | 17-Jun-16 
Design NA 50.800 NA $0.725 
Construction §2.200 $2.219  $0.019 $2.178 Ariti@osted Catipicdorat NTP: 31-Aug-16 
Other NA $0.954 NA $0.907 tat months lake: 
Contingency $0.110 $0.000 ($0.110) $0.000 oe Cah eraction Change Order 50% 
Total ans $3.973 $3.810 Design as Percent of Construction: NA 
pialbs O200 UE Ene vie Other as Percent of Construction: 43% 
a a SGN ES 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Jun-15 | 25-Aug-15 | 17-Sep-15 
Design NA $0.000 NA $0.000 
Construction $0.173 $0.220 $0.047 $0.200 Antiepatecicorelsdomat NTE: 31-Oct-15 
Other NA S0.058 NA $0.048 : 
Contingency $0.009  $0.000 _($0.009 Ob CTONENS late: 
Total NA $0.278 3 % Construction Change Order: 13% 
: : Design as Percent of Construction: NA 
Pisip: Odeey NPE? OPERAUNG Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $2320 S1'602 (50/718) $1572 AnticinatedicempletionaeNnr: a Heee 
Other _NA $0.528 NA $0.491 Roc niente ace: 
Contingency $0.116 $0.000 (S0.116) $0.000 or Caneracuon Grenee Orden "31% 
Uehel Me 32,129 32.063 Design as Percent of Construction: NA 
Beeoece EOP relus ve Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: J v 16 
Design NA $0.000 NA $0.000 
ee eaees, 2e07e, <o00ey. 2i7e Anticipated Completion at NTP: 31-Dec-16 
Other NA $0.245 NA $0.255 op mienthsilace: 
Contingency $0.102 $0.008  (S$0.094) $0.000 ay Conetrdrton change erien "50, 
MiEL ale 32.331 32.205 Design as Percent of Construction: NA 
EID ee ne Ons | Legacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-15 | 07-Jun-15 [17-May-16 
Design NA $0.000 NA $0.000 
Construction $1.303 $1.588  $0.285 $1.520 Rnticipatedicameletioniae nic: ee 
Other NA $0.137 NA $0.116 Ao cetera mene 
Contingency $0.065 $0.000 0.065) $0.000 UF COnETRUEtiOn Gnonee Gren 16% 
Use ae 31.725 31.636 Design as Percent of Construction: NA 
PSI ee Seas JEea Other as Percent of Construction: 9% 


FFY15 
PAVEMENT 
Broadway Streetscape Improvements Project, 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Nov-14 | 25-Mar-15 | 12-Jul-17. 

Design NA $0.000 NA ($0.001) 
Construction $5.800 $6.600 S0.800 55.943 os : . 
other “NA $1.929 NA $1.837 ae oe at NTP: 31-Aug-17 
Contingency $0.290 $0,000 Pot ONS tate 
Total NA $8.529 % Construction Change Order: 17% 
= - Design as Percent of Construction: NA 
RlaIDetaae TEES Eee Ent wt leeacy Other as Percent of Construction: 29% 


Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [20-Apr-15 | 14-Jul-15 | 17-Jul-16 
Design NA $0.060 NA $0.025 
Construction $3.900 $3.457 (S$0.443) $3.484 ae . : 
Other NA $1.368 NA $1.427 Bea tres lg ples eaS 
Sve a ous (50.200) ees % Construction Change Order: -3% 
. . - Design as Percent of Construction: NA 
ZisIP neon’ NEES POY ENIENT vee Other as Percent of Construction: 40% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.059 NA $0.052 
Construction $1.343 $1.270  ($0.073) $1.154 Anticesiad Cauipiction ae Nie: 30-Nov-15 
Other NA $0.547 NA $0.550 ep eenonthe late! 
es a pep (30.069) ae % Construction Change Order: 0% 
= : . Design as Percent of Construction: NA 
ESE Deo PE EBV EEN viteesty Other as Percent of Construction: 43% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 29-May-15 | 20-Aug-15 | 01-May-1 
Design NA $0.000 NA ($0.001) 

Construction $2.441 $2.258  ($0.183) $2.256 fy thepeenes) Canaltionehe TE 31-May-16 
Other NA $1.033 NA $1.033 ae ORC Tate: [al 
Seer eee pen (50.122) ees % Construction Change Order: -5% 
: : Design as Percent of Construction: NA 
PPIs HLsehs MARS 2AUE EAU vee Other as Percent of Construction: 46% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [06-May-15 | 31-Aug-15 | 17-May-16 
Design NA $0.076 NA $0.010 
Construction $5.163 $5.507. $0.344 $5.424 st : ; 
Other NA $0.745 NA $0.682 i ett aca oer eer Meee 
oo ra ee eet oe % Construction Change Order: 7% 
: : : Design as Percent of Construction: NA 
EISIDE Oi fen RE: PAVEMENT 7) Peeacy Other as Percent of Construction: 14% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166D 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078G 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.018 
$1.449 $1.487 $0.038 $1.407 
NA $0.385 NA $0.617 
$0.072 $0.033 ($0.039) $0.000 
NA $1.905 $2.042 
TYPE: PAVEMENT w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.000 
$0.749 $0.755 $0.006 $0.631 
_NA $0.611 NA $0.717 
$0.049 $0.000 ($0.049) $0.000 
NA $1.366 $1.348 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.186 NA $0.034 
$6.008 $5.537. (S$0.471) $4.884 
_NA $1.249 NA $1.238 
$0.300 $0.000 ($0.300) $0.000 
NA $6.972 $6.156 
TYPE: PAVEMENT iv] Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.000 
$7.305 $7.305 $0.000 $6.314 
_NA $1.904 NA $1.651 
$0.365 $0.302  ($0.063) $0.000 
NA $9.561 $7.965 
TYPE: PAVEMENT v|Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: | 24-Jun-15] 01-Sep-15 J 01-May-16 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Complete 


Schedule: [10-Oct-14 | 13-Jan-15 | 
Anticipated Completion at NTP: 30-Nov-15 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 81% 


Advertise NTP 


Complete 


Schedule: [15-Apr-15 [13-Jul-15 | 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: -16% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 23% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0055) 


Budget Spent 
Initial Projected Difference To Date 
NA S0.007 NA S0.007 
$4.130 $3.910 (80.220) $3.910 
NA S0.710 NA S0.705 
S0.204 $0.000 (S$0.204) $0.000 
NA $4.627 $4.622 
TYPE: PAVEMENT iv) Legacy 


Advertise NTP 


Complete 


Schedule: [10-Jul-15] 03-Dec-15]|17-Sep-16] 


Anticipated Completion at NTP: 31-Oct-16 
# of months late: 

% Construction Change Order: -5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 18% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 01-Apr-15 ] 21-Jul-15 | 17-May-16 
Design NA $0.000 NA ($0.001) 
Construction $1.900 $1.607  ($0.293) $1.607 Anticipated Completion’at NTP* souRAe 
Other NA S0.708 NA S0.708 tat months lake: 
Contingency $0.095 $0.000 ($0.095) $0.000 eh Coneeruction Change Order "7% 
Total ae $2.315 $2.314 Design as Percent of Construction: NA 
ll eee v Legacy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Sep-15 | 04-Nov-15 | 17-Sep-16 
Design NA S0.077 NA $0.025 
Construction $3.467 $3.407. (S0.060) $2.837 Anticipated Completion at NTP: 30-Nov-16 
Other NA $1.520 NA $1.606 # of months late: 
Contingency $0.173 $0.000 (S0.173) $0.000 OA Ganeticden enanee Orden: 0% 
Total Ms 35.004 34.468 Design as Percent of Construction: NA 
Eee ESA vEMENT Teco! Other as Percent of Construction: 45% 
ie OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Oct-14 | 28-Jan-15 
Design NA $0.000 NA ($0.001) 
Construction $1.494 $1.524 $0.030 $1.414 Anticipated Compictonat NT: 30-Nov-15 
Other NA S0.427 NA $0.416 epeeionthe late! 
Contingency $0.075 $0.000  (S0.075) $0.000 Se Canctrucaon change Grice 0% 
Jotal bla $1,951 31.829 Design as Percent of Construction: NA 
PIDs 2e0s8 TYPED TAR/OUHER 7 Lesacy Other as Percent of Construction: 28% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 31-Dec-14 } 31 
Design NA $0.000 NA $0.000 
Construction $2.418 $2.418 S0.000 $1.893 ae : . 
Other "NA $0,830 NA $0,602 et einen al at NTP: 31-Aug-16 
Contingency $0.121 $0.035  ($0.086) $0.000 ee Caneurcetan Chane Grader: 0% 
Total eA $3.283 $2.495 Design as Percent of Construction: NA 
enol; O0ne EE Terie vj Legacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19 6-Aug-1 
Design NA $0.133 NA $0.114 
Construction $1.244 $1.190  ($0.054) $0.950 Anticipated Completion atte: 30-Sep-16 
Other NA $0.524 NA S0.490 Rape OnERe (ace. : 
Contingency $0.062 $0.000 ($0.062) $0.000 OC ORSTRUICHION Change Order: 0% 
otal us 31.847 $1,554 Design as Percent of Construction: 11% 
USES Chee WES URIS GAE VE Other as Percent of Construction: 44% 


A- 10 


FFY15 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [13=Ma: | ( ( 
Design NA $0.011 NA $0.014 
Construction $1.622 $1.622 $0.000 $1.491 a : ; 
Other "NA $0.762 NA $0,722 alee en aaa at NTP: 31-Jul-16 
ed as pete ($0.024) es % Construction Change Order: 0% 
: - : Design as Percent of Construction: NA 
PTSID: 0102G TYPE: TRAFFIC wv) Legacy 


Other as Percent of Construction: 47% 


A- 11 


FFY 2016 PROJECTS 
Insert A 


FFY16 


FFY16 
BRIDGE 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: ie 
Design $0.171 S0.490 $0.319 $0.141 
Construction $5.700  $5.690 ($0.010) $4.214 se es 
Other $1.885 $1456  ($0.429) $1.70 ia eae aur 31-Aug-18 
Contingency $0.431 $0.551 $0.120  $0.000 Ff canctruction Change Order 19 
Total $8,187 38.187 36.124 Design as Percent of Construction: 9% 
PTSID: 0113U WEE BRIDGE ECRALy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 }| 19-Sep-16 | 09-Nov-17 
Design S0.400 $0.451 $0.051 S0.384 
Construction $2.400 52.440 $0.040 $2.157 ae é : 
Other $1376  $1.305 ($0.071) $0.891 ola preta lial ae SENN 
Contingency 50.100 $0.080  (S0.020) $0.000 SCC aan Gianee orden 5% 
ots! $4.276 $4,276 $3.432 Design as Percent of Construction: 18% 
PIES ESSE DIRES SNIBICIE pceaey Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 
Design $0.275 S0.479 S0.204 $0.225 
Construction $4.900 $4.900 S0.000 $1.401 a . . 
Other $3.970  $3.856 ($0.114) $0.675 ee ae NIE: 31-May-21 
Contingency $0.245 $0.155  ($0.090) $0.000 Se Conanic oh Changs Orden 19 
Total $9.390 $9.390 $2,300 Design as Percent of Construction: 10% 
PiRIEs Oea88 WEE BRIDGE pegaey Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Sep-16 | 14-Dec-16 | 30-Nov-17. 
Design $0.310 S0.385 $0.075 S0.168 
Construction $5.000 $5.000  $0.000 $3.329 és F ; 
Other $2167 $2.104 ($0.063) §0.771 OU Sear Mala BON 31-May-18 
Contingency $0.263 $0.250  ($0.013) $0.000 eROR NC THUETION Grange Orden 7% 
Hotel 37.739 37.739 34.268 Design as Percent of Construction: 8% 
AIS IDS GEO URES SNDICE sceaey Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: fa Apr 16 
Design S0.166 $0.116 (S0.050) $0.102 
Construction 53.375 $3.375 S0.000 51.609 es : . 
Other $2.824  $3.199  §0.375  $2.008 PU LEAR aaa acne 31-Aug-18 
Contingency $0.126 $0.051  (S0.075) $0.000 Bi eoaehunien Change Bidar: 0% 
Total $6.491 $6.741 $3.719 Design as Percent of Construction: 3% 
Pipe oee HES BRIDGE Legacy Other as Percent of Construction: 95% 
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FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.400 $0.430 S0.030 $0.368 
Construction $1.205 $1.205  $0.000 $1.096 ee . ’ 
Other $1,142  $1.118 ($0.024) §0.709 pie aoe ete: 31-May-18 
Contingency $0.060 $0.054  (S0.006) $0.000 pa ComeOn Ghanee order 3% 
ioral $2.807 $2.807 $2.173 Design as Percent of Construction: 36% 
PIS Be Oat EE BBE EE Baey Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 | 22-Dec-16 
Design $0.350 $0.375 $0.025 $0.081 
Construction $2.629 $2.709 $0.079 $2.308 oo . ; aes 
Other $1615 $1.620  §0.005 $0,846 eee aay 31-May-19 
Contingency $0.131 $0.022  ($0.110) $0.000 SiC onstructon Change Cider 3% 
Total 34.726 34726 33.234 Design as Percent of Construction: 14% 
PTSID: 0171B TYEE: BRIDGE Pemaly Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $2.516 $2.514  ($0.002) $0.632 
Construction $9.387 $9.387 $0.000 $5.461 tee ; ; 
Other $2.675  §2.674 ($0.01) $0.658 Sacer dcue GENT atlas 
Contingency $0.469 $0.469 $0.000 S$0.000 Benen hance Order: 0% 
worl $15,047 __$15.044 $6.751 Design as Percent of Construction: 27% 
Pes 2s tee INES SNIDIGE poeaey, Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 | 
Design $0.859 $0.934 $0.075 $0.424 
Construction $5.700 55.700 S0.000 $5.200 5% ; : 
Other $2.031  $1.985 ($0047) §0.739 PN acer eae a BUNTE: alla 
Contingency $0.285 $0.257 ($0.029) $0.000 Seon in bh Ghangé Order 14% 
Total $8.875 $8.875 $6.363 Design as Percent of Construction: 16% 
pie ae ee eee EeRaLy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-16] 01-Jul-16 | 04-Oct-17 
Design $0.895 $0.916 $0.021 $0.856 
Construction $8.168 $8.168 $0.000 $8.017 et ; ; : 
Other $2.294  §2.295 §0.001 $1.930 eel acai al Bee: 31-Oct-17 
Contingency $0.385 $0.363 (S0.022) $0.000 cea NeGetion cane Orden 8% 
hota! $11,742 __ 911.742 310.803 Design as Percent of Construction: 11% 
A DEAE WIRES SNIBISE SceaLy Other as Percent of Construction: 28% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012L 


Budget 


Spent 


Initial Projected Difference To Date 


$0.180 $0.213 
$1.927 $2.031 
51.040 $0.993 
$0.096 $0.005 
$3.243 $3.243 
TYPE: BRIDGE 


$0.033 $0.195 
$0.104 $1.966 
($0.047) $0.566 
($0.091) $0.000 

$2.727 


Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: [| 23-Sep-16 ] 21-Dec-16 | 20-Nov-17 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 11% 
Design as Percent of Construction: 10% 
Other as Percent of Construction: 49% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012R 


Budget 


Spent 


Initial Projected Difference To Date 


$1.250 $1.265 
$16.971  $16.971 
$2.913 $2.898 
$0.763 $0.763 
$21.897 $21.897 
TYPE: BRIDGE 


SO015) 51-222 
$0.000 $5.294 
($0.015) $1.307 
$0.000  $0.000 

$7.823 


Legacy 


Advertise NTP 


Schedule: [26=May-16]13-Sep-16} —Aug-19 | 
Anticipated Completion at NTP: 31-Oct-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 17% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012N 


Budget 


Spent 


Initial Projected Difference To Date 


$0.159 $0.159 
$0.500 $0.500 
$0.642 $0.204 
$0.025 $0.023 
$1.325 $0.885 
TYPE: BRIDGE 


$0.000 $0.110 
$0.000 $0.427 
($0.437) $0.174 
($0.003) $0.000 

$0.712 


Legacy 


Advertise NTP 


Schedule: | 22-Jul-16 J 05-Oct-16 | 20-Jun-17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 32% 
Other as Percent of Construction: 41% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0118A 


Budget 


Spent 


Initial Projected Difference To Date 


$1.200 $1.382 
$7.700 $8.091 
$4.174 $3.891 
$0.385 $0.095 
$13.459 
TYPE: BRIDGE 


$13.459 


$0.182  $0.926 
$0.391 $3.428 
(S0.283) $1.132 
($0.290) $0.000 

$5.486 


Legacy 


Advertise NTP Complete 
Schedule: [23-Sep-16] 18-Jan-17 
Anticipated Completion at NTP: 31-May-20 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 17% 
Other as Percent of Construction: 48% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0156C 


Budget 


Spent 


Initial Projected Difference To Date 


$0.200 $0.200 
$1.700 $1.700 


$1.549 $1.557 
$0.085 $0.077 
$3.534 

TYPE: BRIDGE 


$3.534 


$0.000 $0.172 
$0.000 S$0.741 
$0.008  $0.409 
($0.009) $0.000 

$1.322 


Legacy 


A- 14 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 92% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23 | 
Design S0.300 $0.301 $0.001 $0.099 
Construction $4.500 $4.500 $0.000 $3.749 ee . 7 
Other $1531 $1555 $0.024 $1.125 pas aoe BENE: 30-se0-18 
Contingency $0.250 $0.225 (S$0.025) $0.000 paceman Ghanee order 19% 
ioral $6.581 $6.581 $4.973 Design as Percent of Construction: 7% 
PIE UE IEE ENRIGE Beeec! Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Sep-16 | 14-Feb-17_ 
Design $2.941 $2.976 $0.035 $2.731 
Construction $15.200 $15.200 $0.000 $4.191 os . ; Pore 
Other $2.368  §2.409  §0.041 $0.838 gan rele al ae 31L-Dec-19 
Contingency $0.760 $0.684  (S0.076) $0.000 BiCoastruction Change Cider 19% 
Total $21,269 __$21.269 37.759 Design as Percent of Construction: 20% 
FisIp; QouaN IPE: BRIDGE Brgrey Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.350 S0.350 S0.000 S0.327 
Construction $1.300 $1.710 $0.410  5$0.499 ia ; ; 
Other $1.069  $1.069  $§0.000 $0.443 Seed BENE: 31-Dec-18 
Contingency $0.106 $0.000  (S0.106) $0.000 Bearer caan Hance Order: 33% 
wots $2.825 $3.129 $1.270 Design as Percent of Construction: 20% 
Fs BE IE SIIS INES SHIBIGIE poeaey Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 50.000 $0.000 
Construction $0.201 $0.202 $0.001 $0.186 2 : ; “pase: 
Other $0122  $0.111 ($0.011) + $0.056 tl aes ae 31-Oct-16 
Contingency $0.045 $0.055 $0.010  $0.000 of Cometrartion change Bien 0% 
Total 30.368 30.368 30.243 Design as Percent of Construction: NA 
PYSIDS CUBA TYRES DEER AIUDG PeBaly Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09-Mar-16 | 15-Jun-16 | 17-Sep-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.197 $0.197 $0.000 $0.177 a : ; 
Other $0.333 $0.333. + $0000 $0.074 OLN a esac cate Senile 30-se0-1.6 
Contingency $0.025 $0.025 $0.000 S$0.000 SCORE Kuan Gnonee Gren 0% 
Total $0.555 $0.555 $0.250 Design as Percent of Construction: NA 
peu ea csaneliie Eceaey Other as Percent of Construction: 169% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: O084Y 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084H 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$0.202 $0.202 $0.000 $0.185 
$0.223 $0.223 $0.000 $0.160 
$0.024 $0.024  $0.000 $0.000 
$0.449 $0.449 $0.344 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.010 $0.010 $0.000 $0.000 
$0.658 $0.658 $0.000 $0.571 
S0.474 $0.474 $0.000 $0.428 
$0.008 $0.008 $0.000 $0.000 
$1.150 $1.150 $0.998 

TYPE: OPERATING Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: 09-Mar-16 [ 14-Jun-16 | 17-Sep-16 
Anticipated Completion at NTP: 30-Sep-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 110% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Oct-16 
# of months late: 
% Construction Change Order: -13% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 72% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084G 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 7006H 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000  $0.000 $0.000 
$1.185 $1.185  $0.000 $1.124 
$0.403 $0.403 $0.000 $0.116 
50.040 $0.040 $0.000 $0.000 
$1.628 $1.628 $1.240 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$0.729 $0.729 $0.000 $0.309 
$0.554 $0.565 $0.011  $0.089 
$0.036 $0.026 ($0.011) $0.000 
$1.319 $1.319 $0.398 

TYPE: OPERATING Legacy 


Advertise NTP Complete 


Schedule: | 04-Mar-16 | 26-May-16 | 31-May-17 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 34% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 29-Feb-20 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 77% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 7006G 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$3.300 $3.300 $0.000 $1.369 
$1.319 $1.319 $0.000 $0.374 
$0.180 $0.180 $0.000 $0.000 
$4.799 $4.799 $1.743 

TYPE: OPERATING Legacy 


A- 16 


Schedule: [22=dt 


Complete 


Advertise NTP 


Anticipated Completion at NTP: 31-Jan-20 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 40% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 7006) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073L 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000  $0.000 
$1.937 $1.937 S0.000 $0.430 
S0.646 $0.675 $0.029 $0.037 
$0.097 $0.068  ($0.029) $0.000 
$2.680 $2.680 $0.467 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 ($0.018) 
$2.400 $2.400  $0.000 $2.007 
$0.538 $0.623 $0.085 S$0.614 
$0.090 $0.005 ($0.085) $0.000 
$3.028 $3.028 $2.603 

TYPE: OPERATING Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: | 01-Sep-16 | 22=DEC= IMG. | 
Anticipated Completion at NTP: 29-Feb-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 35% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0116N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073K 


PAVEMENT 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000  $0.000 
$3.143 $3.148  $0.005 $2.327 
$0.507 $0.602 $0.095 $0.548 
$0.100 $0.000 ($0.100) $0.000 
$3.750 $3.750 $2.874 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000  $0.000 
$2.100 $2.100 $0.000 $1.611 
$0.577 $0.597 $0.020 $0.548 
$0.100 $0.080 ($0.020) $0.000 
$2.777 $2.777 $2.159 

TYPE: OPERATING Legacy 


Complete 


Schedule: [22-Mar-16] 16-Jun-16_ 
Anticipated Completion at NTP: 30-Apr-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 19% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 28% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172C 


Budget Spent 
Initial Projected Difference To Date 
$0.295 $0.150 (S$0.145) $0.091 
$2.850 $3.258 $0.408 $3.119 
$0.952 $0.832  ($0.120) $0.953 
$0.143 $0.000 ($0.143) $0.000 
$4.239 $4.239 $4.163 

TYPE: PAVEMENT Legacy 


A- 17 


Complete 


Schedule: [28-Sep-16 | 31-Jan-17 | 05-Dec-17 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 17% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0165X 


Budget Spent 
Initial Projected Difference To Date 
$0.250 $0.167 ($0.083) $0.165 
$4.559 $4.184  ($0.375) $4.179 
$1.446 $1.844 $0.398  $1.830 
$0.228 $0.000 ($0.228) $0.000 
$6.483 $6.195 $6.174 

TYPE: PAVEMENT Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: [|22-Mar—16 | 21-Jun-16 | 23-Aug-17 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: -5% 
Design as Percent of Construction: 4% 
Other as Percent of Construction: 44% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0079G 


Budget Spent 
Initial Projected Difference To Date 
$0.300 $0.280  ($0.020) $0.238 
$3.871 $3.770  ($0.101) $3.377 
$1.043 $1.119 $0.076 $0.790 
$0.174 $0.124 ($0.050) $0.000 
$5.388 $5.293 $4.405 

TYPE: PAVEMENT Legacy 


Advertise NTP 


Schedule: | EES aia 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: -11% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 30% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO76N 


Budget Spent 
Initial Projected Difference To Date 
$0.200 $0.215 $0.015 $0.063 
52.600 52.600 $0.000 $2.168 
$1.000 $0.970 (0.030) $0.719 
$0.150 $0.165 $0.015 $0.000 
$3.950 $3.950 $2.949 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.370 $0.370 $0.000 $0.158 
$2.600 $2.625 $0.025 $2.566 
$1.391 $1.248  ($0.143) $0.947 
$0.158 $0.000 ($0.158) $0.000 
$4.518 $4.243 $3.670 

TYPE: PAVEMENT Legacy 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Sep-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 37% 


Advertise NTP Complete 
Schedule: [30-Oct-15 | 31-Mar-16 | 30-Nov-16 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 9% 
Design as Percent of Construction: 14% 
Other as Percent of Construction: 48% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0139H 


Budget Spent 
Initial Projected Difference To Date 
$0.072 $0.053 ($0.019) $0.050 
S0.688 $0.649 ($0.039) $0.601 
$0.321 $0.298  (S$0.024) $0.286 
$0.062 $0.000 (S0.062) $0.000 
$1.143 $1.000 $0.937 

TYPE: PAVEMENT Legacy 


A- 18 


Advertise NTP Complete 


Schedule: 18-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: -13% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 46% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO55K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0007F 


Budget 


Spent 


Initial Projected Difference To Date 


$0.115 $0.125 
$2.417 $2.417 
$0.806 $0.881 
$0.151 $0.066 
$3.488 $3.488 

TYPE: PAVEMENT 


Budget 


$0.010 $0.086 
$0.000 $2.237 
$0.075  $0.659 
($0.085) $0.000 

$2.982 


Legacy 


Spent 


Initial Projected Difference To Date 


$0.300 $0.060 
$6.700 $8.627 
$6.216 $4.979 
$0.450 $0.000 
$13.666 $13.666 
TYPE: PAVEMENT 


(S0.240) $0.026 
$1.927 $5.463 
($1.237) $3.682 
($0.450) $0.000 

$9.170 


Legacy 


FFY16 


Complete 


Advertise NTP 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 36% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 30-Apr-18 
# of months late: 
% Construction Change Order: 23% 
Design as Percent of Construction: 1% 
Other as Percent of Construction: 58% 


ttle 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0021R 


Budget 


Initial Projected Difference To Date 


$0.100 $0.100 
$1.200 $1.200 
50.896 $0.897 
$0.054 $0.000 
$2.250 $2.197 

TYPE: TAP/OTHER 


Spent 
S0.000 S0.000 
$0.000 $1.134 


$0.001 $0.869 
($0.054) $0.000 
$2.003 


Legacy 


Complete 


Schedule: | 31-Mar-16 | 26-Jul-16 | 09-Jun-17 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 75% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0132G 


TRAFFIC 


Budget 


Spent 


Initial Projected Difference To Date 


$0.100 $0.500 
$6.000 $6.195 
$0.969 $0.290 
$0.315 $0.000 
$7.384 $6.985 

TYPE: TAP/OTHER 


$0.400 $0.188 
$0.195  $6.005 
($0.679) $0.016 
($0.315) $0.000 

$6.209 


Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 30-Jun-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 5% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153P 


Budget 


Spent 


Initial Projected Difference To Date 


$0.161 $0.137 
$1.700 $1.726 
$0.543 $0.567 
$0.077 $0.050 
$2.480 $2.480 
TYPE: TRAFFIC 


(S0.024) $0.118 
$0.026  $1.370 
$0.024 5$0.378 

($0.026) $0.000 

$1.866 


Legacy 


A- 19 


Advertise NTP Complete 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 33% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0091K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102J 


Budget 


Spent 


Initial 


$0.070 $0.070 
$2.300 $2.300 
$1.331 $1.331 
$0.134 $0.134 
$3.835 $3.835 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


$0.000 $0.068 
$0.000 $2.104 
$0.000 $0.869 
$0.000 $0.000 

$3.041 


Legacy 


Spent 


Initial 


$0.100 $0.191 
$1.029 50.840 
50.566 $0.320 
$0.039 $0.131 
$1.734 $1.482 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.091  $0.068 
($0.189) $0.861 
($0.246) $0.671 
$0.092  $0.000 

$1.600 


Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: }15-Jan-16 | 18-May-16 | Slay 7) 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 5% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 58% 


Advertise NTP 


Complete 


Schedule: [22-Jan-16] 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 8% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 38% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071V 


Budget 


Spent 


Initial 


$0.000 $0.000 
$1.761 $1.761 
$0.739 $0.874 
$0.135 $0.000 
$2.635 $2.635 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 


$0.000 $0.072 
$0.000 $1.569 
$0.135 $0.837 
($0.135) $0.000 

$2.478 


Legacy 


Spent 


Initial 


$0.025 $0.026 
$2.136 $2.131 
§0.771 $0.997 
$0.113 $0.000 
$3.045 $3.154 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.001  $0.025 
($0.005) $1.985 
$0.226 $1.217 
($0.113) $0.000 

$3.227 


Legacy 


Advertise NTP 


Schedule: [31-Dec-15] 30-Mar-16] 


Anticipated Completion at NTP: 31-May-17 
# of months late: 

% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 50% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0080D 


Budget 


Spent 


Initial 


$0.230 $0.230 
$1.235 $1.260 
$0.822 $0.828 
$0.062 $0.031 
$2.349 $2.349 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.000 $0.164 
$0025 $1,172 
$0.006 $0.738 
($0.031) $0.000 

$2.074 


Legacy 


A- 20 


Complete 


Schedule: 16] 20=Déee=16)|/31-0ct=17 | 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 7% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 66% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0116S 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0072K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071T 


Budget Spent 
Initial Projected Difference To Date 
$0.329 $0.185 ($0.144) $0.142 
$2.512 $2.436  (S$0.076) $1.493 
$1.393 $1.591 $0.198  $0.688 
$0.251 $0.096 ($0.155) $0.000 
$4.485 $4.308 $2.323 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$3.980 $3.980 $0.000 $3.873 
$0.838 $0.833 ($0.005) $0.775 
$0.000 $0.005 $0.005  $0.000 
$4.818 $4.818 $4.647 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.125 $0.125 $0.000 $0.067 
$0.978 $0.978 $0.000 S$0.817 
$0.951 $0.951 $0.000 $0.616 
$0.050 $0.050 $0.000  $0.000 
$2.104 $2.104 $1.499 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.250 $0.130 ($0.120) $0.115 
$0.528 $0.502 ($0.026) $0.444 
$0.300 $0.482 $0.182 $0.450 
$0.036 $0.000 ($0.036) $0.000 
$1.113 $1.113 $1.009 
TYPE: TRAFFIC Legacy 


A- 21 


FFY16 


BavEIESe NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 65% 


Advertise NTP 


Complete 
Schedule: [31—Dec-15 ] 31—Jul 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 8% 
Design as Percent of Construction: 

Other as Percent of Construction: 21% 


BOveTO se NTP 


ule 


Schedule: 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 97% 


BONeTEISe) NTP compicte 
Schedule: {© Ly-16 | 30-Aug Ve swun= 17 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 26% 
Other as Percent of Construction: 96% 


FFY 2017 PROJECTS 
Insert A 


FFY17 


FEY iy 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [31-May-17] 01-Feb-18 
Design S0.343 $0.343 S0.000 $0.241 
Construction S$6.957 $6.957 S0.000 S0.000 oe . . aes 
Other $1711 §1.711  $0.000 $0.029 ia aarae aur 31-Oct-20 
Contingency S0.400 $0.400 $0.000 5$0.000 BF Concthustion changé Grder 0% 
Total $9.41 39.411 $0.270 Design as Percent of Construction: 5% 
ETRID: O70 JYEE: BRIDGE PeRALy Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 30-Sep-17 | 30-Jan-18 | 
Design $1.155 $1.155 S0.000 $1.069 
Construction $5.797 $5.797 $0.000  $0.000 ae é : 
Other $3.700  §3.700  §0.000 $0.114 oscar ala ae eee 
Contingency $1.958 $1.958  (S$0.001) $0.000 SCC aan Gianee orden 0% 
ots! $12.610__$12.610 $1.183 Design as Percent of Construction: 20% 
PI 2s HIS INES INIBIGE Boosey Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.534 50.609 $0.075 $0.424 
Construction $15.915 $15.915 S0.000 $0.902 os . . 
Other $2.731  $2.731 $0.000 —-$0.082 ee aE NE: 31-May-20 
Contingency $0.875 $0.800  (S0.075) $0.000 Se Conanic oh Changs Orden 0% 
Total $20.055__$20.055 $1.408 Design as Percent of Construction: A% 
Fines Oi TWEE BRIDGE Legacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-17] 24-Oct-17 
Design S0.637 S0.637 S0.000 S0.589 
Construction $2.056 $2.056  $0.000 $0.093 és F ; 
Other $1300  $1.360  $0.060 $0.153 OU aca Maia BON 30-3ep-12 
Contingency $0.163 $0.103 (S0.060) $0.000 SCR Ne HUTION Grange Orden 0% 
hotel $4,156 34.156 30.834 Design as Percent of Construction: 31% 
PASIBE ERE (ieee SDS ec eae Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29- i7)| 28>Reb=18) 
Design S0.700 S0.700 S0.000 $0.455 
Construction $12.450 $12.450 $0.000 $0.000 es . ; 
Other $2.753  $2.753 $0.000 $0,093 OU LEA oa ane 30-Nov-19 
Contingency $0.700 $0.700 $0.000 $0.000 Bi eoaehunien Change Bidar: 0% 
Total $16.603 $16.603 $0.547 Design as Percent of Construction: NA 
a eet ES SEDGE Legacy Other as Percent of Construction: 22% 


A- 22 


FFY17 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013M 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114U 


Budget 


Spent 


Initial Projected Difference To Date 


$2.532 $2.532 

$12.373 $12.373 

$4.122 $4.122 

$1.670 $1.670 

$20.697 $20.697 
TYPE: BRIDGE 


$2.272 
$0.499 
$0.155 
$0.000 
$2.927 


Legacy 


Budget Spent 

Initial Projected Difference To Date 
$1.749 $1.749 $1.213 

$34.533 $34.533 $0.000 
$3.285 $3.285 $0.049 

$3.047 $3.047 $0.000 

$42.613 $42.613 $1.262 

TYPE: BRIDGE Legacy 


Advertise NTP Complete 
Schedule: | 
Anticipated Completion at NTP: 30-Jun-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 20% 
Other as Percent of Construction: 33% 


Advertise NTP Complete 


Schedule: [22-Sep-17 | 27-Mar-18 


Anticipated Completion at NTP: 31-May-21 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 10% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114T 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114R 


Budget 


Spent 


Initial Projected Difference To Date 


$0.846 $0.846 

$16.907 $16.907 

$3.535 $3.535 

$1.350 $1.350 

$22.638 $22.638 
TYPE: BRIDGE 


Budget 


$0.559 
$0.000 
$0.047 
$0.000 
$0.606 


Legacy 


Spent 


Initial Projected Difference To Date 


$0.872 $0.872 
$15.400  $15.400 
52.089 $2.089 
$0.800 $0.800 
$19.161 $19,161 
TYPE: BRIDGE 


$0.782 
$0.000 
$0.073 
$0.000 
$0.855 


Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-May-21 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 21% 


Advertise NTP Complete 
Schedule: [25 | 
Anticipated Completion at NTP: 30-Apr-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 14% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0114P 


Budget 


Spent 


Initial Projected Difference To Date 


$1.534 $1.534 
$19.229  $19.229 
$2.615 $2.615 
$1.900 $1.900 
$25.278  $25.278 
TYPE: BRIDGE 


$1.112 
$0.000 
$0.082 
$0.000 
$1.193 


Legacy 


A- 23 


dvertise NTP Complete 


Schedule: | 29-Sep-17 | 23-Mar-18 


Anticipated Completion at NTP: 31-Dec-19 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 14% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Aug-17 | 26-Feb-18 
Design 50.460 50.460 S0.000 S0.377 
Construction $8.477 $8.477  $0.000 $0.000 ae ; ; ; 
Other 1.453  §1.453 §0.000 0.050 a ea el aga Beni: 30-Jun-20 
Contingency $0.450 $0.450 $0.000 S$0.000 7 Copcenucion Change Order 0% 
Total $10.840_$10.840 $0.428 Design as Percent of Construction: 5% 
PTSD: OnAN eee Legacy Other as Percent of Construction: 17% 
Budget Spent Advertise aN Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.600 S0.600 S0.000 S0.427 
Construction $6.800 $6.800 $0.000 $0.351 we : ; ee 
Other $1512 $1532  §0.020 $0.14 pe aaeae? aoe 30-Jun-12 
Contingency $0.350 $0.330 (S$0.020) $0.000 BA Genetic Gn eaanee Orden 0% 
otal 39.261 39.261 30.892 Design as Percent of Construction: 9% 
mele cere Ue DISS Eeeeey Other as Percent of Construction: 23% 
Budget Spent BVE RIS NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17° 
Design S0.000 S0.000 $0.000 $121.775 
Construction $250.630 $250.630 S$0.000 $14.430 a : . 
Other $121.776 $121.776  $0.000 $4.512 eae terete ae NPs 30-Nov-23 
Contingency 537.595 $37.595 S0.000 S0.000 de Construction Change Gider: 0% 
io $410.000__$410.000 plae7 a2 Design as Percent of Construction: 
FiO E278 TYEE: BRIDGE Pobaey Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 
Design S0.650 S0.810 S0.160 $1.302 
Construction 59.400 $6.833 (S$2.567) $0.868 ae : : 
Other ($0.067)  $3.210 $3.277  $0.261 oN capt eel cele 31-Dec-19 
Contingency $1.410 $0.540 (S0.870) $0.000 Se cer neaae Hance orien 0% 
ors! $11.393__$11.393 $2.431 Design as Percent of Construction: 12% 
PIES 2E SE [DIMES SINIBIGE ESRaEY Other as Percent of Construction: A7% 
Budget Spent pevense NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 
Design $0.379 $0.379 S0.000 $0.354 
Construction $1.511 $1.511  $0.000 $0.015 ss ; : eyes 
Other $0.824  $0.824  §0.000 $0,148 bb ales lel a ee: 31-May-19 
Contingency $0.075  $0.075 —$0.000 $0.00 icone en cee: ae 
Total $2,789 32.789 $0.517 Design as Percent of Construction: NA 
pee rue NEE: BRIDGE Legaty Other as Percent of Construction: 55% 


A- 24 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-17 
Design $0.150 $0.175 $0.025 S0.160 
Construction $12.320 $12.320 $0.000 $2.441 ee : ’ 
Other $5.220 $5.444 §0.224 §$0.473 poe aoe ae al 
Contingency $1.358 $1.109  (S$0.249) $0.000 paceman Ghanze order "7% 
ioral $19.048 519.048 $3.074 Design as Percent of Construction: NA 
FI EE E08 IEE BNIB Bees) Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-17 | 24-Jan-18 
Design $0.425 $0.530 $0.105 $0.332 
Construction $12.137. $12.137  $0.000 $0.124 oz . ; ren 
Other $3,032 $3.048  §0.016 $0.004 S Uiaraene a aia aes 31-Aug-20 
Contingency $1,214 $1.092  ($0.122) $0.000 ei-Constructon change Cider 0% 
Total $16.808__$16.808 $0.460 Design as Percent of Construction: 4% 
PTSID: 0114K TYPE: BRIDGE Legacy Other as Percent of Construction: 25% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 30-Apr-17 | 31-Jul-17 | 28-Sep-17 
Design S0.000 $0.000 S0.000 S0.000 
Construction S0.500 S0.500 $0.000 $0.475 mG : . phys 
Other $0327. $0.327 $0.000 $0.141 ee aE, 31-Oct-17 
Contingency $0.066 S0.066 $0.000  $0.000 eee onccruction change Grice 0% 
Total $0.893 $0.893 $0.616 Design as Percent of Construction: 
PTSD: OOB4C TYPE: OPERATING Legacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544 $0.000 $0.495 se : : ee 
Other 0.322  §0.322 + $0.000-~—-$0.156 A alee a poe 31-Oct-17 
Contingency S0.066 S0.066 $0.000 5$0.000 BCantrOation Gnanee Grden 0% 
Leal $0.932 30.932 30.651 Design as Percent of Construction: 
SSE Cea (ES OA AUINS) ee eaey Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 02-Oct-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.578 S0.600 $0.022 $0.537 ae . 
P: -Oct- 
Other $0.322 $0.300 ($0,022) $0.243 i et aca ane 31-Oct-17 
Contingency S0.066 $0.066 $0.000 5$0.000 Pee ieson cranwe biden 1% 
qt! $0.966 $0,966 $0.781 Design as Percent of Construction: 
FS vdlan TRE GEERAniNG Legacy Other as Percent of Construction: 50% 
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FFY17 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO86Y 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: O086X 


Budget 


Spent 


Initial 


$0.000 $0.000 
$1.182 $1.182 
50.449 $0.449 
$0.113 $0.113 
$1.744 $1.744 

TYPE: OPERATING 


Budget 


Projected Difference To Date 


$0.000  $0.000 
$0.000 $0.851 
$0.000 $0.308 
$0.000  $0.000 

$1.159 


Legacy 


Spent 


Initial 


$0.000 $0.000 
$1.863 $1.928 
$0.429 $0.364 
$0.133 $0.133 
$2.425 $2.425 


TYPE: OPERATING 


Projected Difference To Date 


$0.000  $0.000 
$0.065 5$1.846 
($0.065) $0.138 
$0.000  $0.000 

$1.984 


Legacy 


Advertise NTP Complete 


Schedule: | 28-Apr-17 | 30-Jun-17 | 08-Dec-17 


Anticipated Completion at NTP: 30-Nov-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 38% 


Advertise NTP 


Complete 


Schedule: [28-Apr-17 | 


Anticipated Completion at NTP: 30-Jun-18 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 

Other as Percent of Construction: 19% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073M 


Budget 


Spent 


Initial 


$0.000 $0.000 
$2.011 $1.882 
$0.839 $0.251 
$0.252 $0.350 
$3.101 $2.483 

TYPE: OPERATING 


Projected Difference To Date 


$0.000  $0.000 
($0.129) $0.773 
($0.588) $0.255 
$0.098  $0.000 

$1.028 


Legacy 


Complete 


Schedule: 7) 31-May-17] Apr-19 | 
Anticipated Completion at NTP: 30-Apr-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 13% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201V 


Budget 


Spent 


Initial 


$0.422 $0.443 
$5.198 $5.370 
$1.076 $1.141 
$0.635 $0.378 
$7.331 $7.331 

TYPE: OPERATING 


Projected Difference To Date 


$0.021 $0.265 
$0.172  $0.886 
$0.064  $0.347 
($0.257) $0.000 

$1.499 


Legacy 


Advertise NTP Complete 
Schedule: [ot-dul-17]_—__—idec 18 | 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 21% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073) 


Budget 


Spent 


Initial 


$0.046 $0.046 
$1.929 $1.929 
$0.406 $0.466 
$0.140 $0.080 
$2.521 $2.521 


TYPE: OPERATING 


Projected Difference To Date 


$0.000 $0.000 
$0.001  $0.622 
$0.060 $0.146 
($0.061) $0.000 

$0.768 


Legacy 


A- 26 


Advertise NTP 


Schedule: | 28-Feb-17 | 31-May-17 


Anticipated Completion at NTP: 31-May-19 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 2% 
Other as Percent of Construction: 24% 


FFY17 


PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17] 25-Jan-18 | 
Design $0.133 $0.133 S0.000 $0.050 
Construction $1.100 $1.100 $0.000 $0.000 be . ; hae 
Other $0.847 $0.847 0.000 $0.045 SIU eae a BeNTE 01-Aug-18 
Contingency $0.055 $0.055 $0.000 5$0.000 oe csaeeyi cian Change Sider 0% 
Total $2,135 32.135 30.095 Design as Percent of Construction: 12% 
PisIBe Oi 73u Eee EM Legacy Other as Percent of Construction: 77% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27=Dec=16] 28-Apr-17} _Nov-18 | 
Design S0.500 $0.500 50.000 S0.107 
Construction $6.200 $6.200  $0.000 $1.899 ae : : 
Other $2.437 §2.517  §0.080 $0.706 Bea alae eer 30-Nov-18 
Contingency $0.314 $0.234  (S0.080) $0.000 cconerninan Gaanee Oren 0% 
Total $9.451 39.451 $2.712 Design as Percent of Construction: NA 
PIS EE D808. sre MEN ECR Other as Percent of Construction: A1% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2/-dul 
Design S0.600 $0.600 $0.000 $0.354 
Construction S6.786 S6.786 S0.000 $0.558 4 : . : 7 
Other 1.093  $1.160  §0.068 $0.116 bt eeetreila a ae NTE: 30-Nov-18 
Contingency $0.339 $0.271  (S0.068) $0.000 eee onccruction change Grice 0% 
Jota $8.817 38.817 31.028 Design as Percent of Construction: 9% 
PTSID: 0088A TYPES PAVEMENT Lesaly Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jul-17 | 31-Oct-17. 
Design S0.400 $0.420 S0.020 $0.221 
Construction $3.000 $3.000  $0.000 $0.390 a : : Meek 
Other Sieiy Giese? Corny Sonn ee Ree eee nor See 30-Nov-18 
Contingency $0.300 $0.260 ($0.040) $0.000 SHICHRRELEHO chame Order: 0% 
otal 35.017 35.017 30.785 Design as Percent of Construction: NA 
ple levees Unies ele Ersecy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Sep-17 | 06-Feb-18 
Design S0.414 $0.414 S0.000 $0.329 
Construction $5.278 $5.278 $0.000 $0.160 ne . ; 
Other $1194  §1.194 §0.000 $0.100 i ett aca Bente: ee sen-18 
Contingency $0.238 $0.238 $0.000 S$0.000 Pee ieson cranwe biden 0% 
Total $7.123 $7.123 $0.589 Design as Percent of Construction: 8% 
PTSID: OO81D TRE: EAVEMENT Legal Other as Percent of Construction: 23% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081W 


Budget 


Spent 


Initial 


$0.710 $0.710 
53135 $3.135 
$0.941 $0.941 
$0.149 $0.149 
$4.935 $4.935 

TYPE: PAVEMENT 


Budget 


Projected Difference To Date 


$0.000 $0.586 
$0.000  $0.000 
$0.000 $0.179 
$0.000  $0.000 

$0.766 


Legacy 


Spent 


Initial 


$0.767 $0.767 
$4.751 $4.751 
$2.197 $2.197 
$0.200 $0.200 
$7.915 $7.915 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 $0.347 
$0.000 $4.118 
$0.000 $0.809 
$0.000  $0.000 

$5.273 


Legacy 


FFY17 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 30% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 46% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166H 


Budget 


Spent 


Initial 


$0.390 $0.465 
$4.637 $4.869 
$2.735 $2.720 
$0.300 $0.008 
$8.062 $8.062 

TYPE: PAVEMENT 


Budget 


Projected Difference To Date 


$0.075 $0.350 
$0.232  $0.422 
($0.015) $0.191 
($0.292) $0.000 

$0.964 


Legacy 


Spent 


Initial 


$0.130 $0.205 
53.960 $4.074 
$1.242 $1.166 
$0.198 $0.085 
$5.530 $5.530 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.075  $0.093 
$0.114  $3.397 
(S0.076) $0.771 
($0.113) $0.000 

$4.262 


Legacy 


Advertise NTP 


Schedule: [23-Jun-17] 03-Oct-17 


Anticipated Completion at NTP: 30-Nov-18 
# of months late: 

% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 56% 


Advertise NTP 


Complete 


Schedule: | 14-Oct-16 | 12-Jan-17 


Anticipated Completion at NTP: 31-Aug-17 
# of months late: 

% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173S 


Budget 


Spent 


Initial 


$0.110 $0.110 
$0.880 $0.880 
$0.525 $0.525 
$0.044 $0.044 
$1.559 $1.559 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 $0.068 
$0.000 $0.686 
$0.000 $0.194 
$0.000 $0.000 

$0.948 


Legacy 


A- 28 


Advertise NTP Complete 


Schedule: | 26-Jul-17 | 04-Oct-17 | 01-Dec-17_ 


Anticipated Completion at NTP: 31-Dec-18 
# of months late: 

% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 60% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Sep-17 | 14—Dec-17 
Design S0.600 50.600 S0.000 $0.454 
Construction $5.900 55.900 S0.000 $0.214 _ ; : . 
Other $2.238  $2.238 + §0.000-—-$0.312 eran a een: 31-May-12 
Contingency $0.295 $0.295 $0.000 $0.000 or caneeniciGa Change Order 0% 
Total $9.033 $9.033 $0.980 Design as Percent of Construction: 10% 
EID: OMe MEE. Eee Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [+ 
Design S0.300 $0.350 S0.050 $0.120 
Construction $3.334 $3.334 $0.000 $1.277 we : ; oe 
Other $1.299  $1.284 ($0.015) $0.347 pace? aoe 30-Nov-18 
Contingency $0.202 $0.167  (S$0.035) $0.000 BA CaAerUctan enanee Orden: 0% 
Ue) 35.134 35.134 31.744 Design as Percent of Construction: NA 
me Eey EA vEMENT Eeeney Other as Percent of Construction: 38% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Mar-17 | 07-Jun-17 | 
Design S0.100 $0.100 S0.000 $0.098 
Construction $0.224 $0.224 $0.000 $0.211 ws . ; eee 
Other $0.374  $0.211  ($0.163)  $0.122 eee aU: 30-Nov-17 
Contingency $0.016 $0.011  (S0.005) $0.000 eee onccructon change Grice 7% 
Jota $0.715 30.547 30.431 Design as Percent of Construction: 45% 
PTSID: 0166M TYPE: STORMIAIER Lesacy Other as Percent of Construction: 94% 
rent OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [07-Jun-17] 07-Sep-17] Oct-19 | 
Design $0.150 $0.165 $0.015 S0.000 
Construction 52.800 52.800 S0.000 $0.982 ae : : 
Other $1.701  $1.686 ($0.015) $0.550 aera al ae 31-0ct-19 
Contingency $0.140 $0.140 $0.000 S$0.000 oe Conetucion Chane Grader: 0% 
Total $4.791 $4.791 $1,532 Design as Percent of Construction: 6% 
Bp obey TYPE: TAP/OTHER Legacy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.05-Dec-16 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $41.826 $42.036 $0.210 $6.339 ae , ; eee 
Other $15.572 §15.572 $0.000 $4,260 Bc bale enlenar ae 30-Jun-13 
Contingency $4.183 $3.973 (S$0.210) $0.000 BEORe recon enanee Order: 0% 
ibakal 361.580 _$61.580 $10.599 Design as Percent of Construction: 
SSS ee. Wiis TAR OUR: peneey Other as Percent of Construction: 37% 


A- 29 


TRAFFIC 
Coventry Local Safety Improvements 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025E 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025F 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153T 


Budget Spent 
Initial Projected Difference To Date 
$0.040 $0.040 $0.000  $0.000 
$0.250 $0.250 $0.000  $0.000 
$0.200 $0.203 $0.003 $0.027 
$0.030 $0.027 ($0.003) $0.000 
$0.520 $0.520 $0.027 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.117 $0.117. $0.000 $0.055 
$0.530 $0.530 $0.000 $0.019 
$0.236 $0.239 $0.003 $0.041 
$0.050 $0.047  ($0.003) $0.000 
$0.933 $0.933 $0.116 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.260 $0.260 $0.000 $0.220 
$1.531 $1.531 $0.000 $0.000 
$1.226 $1.226 $0.000 $0.365 
$0.153 $0.153 $0.000  $0.000 
$3.170 $3.170 $0.585 

TYPE: TRAFFIC Legacy 


FFY17 


Advertise NTP 


Schedule: | 31-May-17 | 30-Sep-17. 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 81% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 45% 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 80% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073Z 


Budget Spent 
Initial Projected Difference To Date 
$0.040 $0.040 $0.000 $0.027 
$0.579 $0.579 $0.000 $0.503 
$0.653 S0.661 $0.008  $0.075 
$0.037 $0.029  ($0.008) $0.000 
$1.308 $1.308 $0.605 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.042 $0.042 $0.000  $0.000 
50.700 $0.700  $0.000 $0.000 
$0.745 $0.745  $0.000 $0.002 
$0.032 $0.032  $0.000 $0.000 
$1.518 $1.518 $0.002 
TYPE: TRAFFIC Legacy 


A- 30 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 114% 


Advertise NTP Complete 


Schedule: [22=Sep=17 ] 18-Jan-13 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 106% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0011D 


Budget Spent 
Initial Projected Difference To Date 
$0.330 $0.405 $0.075 $0.117 
$1.468 $1.468 $0.000 $0.979 
$2.016 $1.949  ($0.068) $0.647 
$0.075 $0.068  ($0.008) $0.000 
$3.889 53.889 $1.743 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.236 $0.236 $0.000 $0.072 
$1.100 $1.100 $0.000 $0.034 
S0.414 $0.414 $0.000 $0.081 
$0.165 $0.165 $0.000 $0.000 
$1.915 $1.915 $0.186 
TYPE: TRAFFIC Legacy 


Schedule: [30-5 


FFY17 


Advertise NTP 


Complete 


Schedule: | 04-Jan-17] 28-Mar-17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 28% 
Other as Percent of Construction: 133% 


Advertise NTP Complete 


Anticipated Completion at NTP: 30-Apr-19 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 21% 
Other as Percent of Construction: 38% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025P 


Budget Spent 
Initial Projected Difference To Date 
$0.065 $0.065 $0.000 $0.000 
$0.549 $0.549 $0.000 $0.000 
$0.430 $0.430 $0.000 $0.010 
$0.055 $0.055 $0.000 $0.000 
$1.098 $1.098 $0.010 
TYPE: TRAFFIC Legacy 


Complete 


Schedule: [22-Aug-17] 21-Nov-17 | 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 78% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0072) 


Budget Spent 
Initial Projected Difference To Date 
$0.228 $0.228 $0.000 S$0.190 
51.403 $1.403 $0.000 5$0.348 
$0.511 $0.511  $0.000 $0.381 
$0.140 $0.140 $0.000 5$0.000 
$2.282 $2.282 $0.919 
TYPE: TRAFFIC Legacy 


A- 31 


Advertise NTP Complete 
Anticipated Completion at NTP: 31-Jul-18 
# of months late: 

% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 36% 


FFY 2018 PROJECTS 
Insert A 


FFY18 
BRIDGE 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0015A 


Budget Spent 

Initial Projected Difference To Date 
_NA $1.400 NA $0.110 
NA $6.000 NA $0.000 
_NA $2.153 NA $0.001 
_NA $0.600 NA $0.000 
NA $10.153 NA $0.111 

TYPE: BRIDGE Legacy 


FFY18 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 36% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143A 


Budget Spent 

Initial Projected Difference To Date 
NA $1.575 NA $0.234 
_NA $20.000 NA $0.000 
_NA $3.382 NA $0.019 
NA $1.800 NA $0.000 
_NA $26.757 NA $0.253 

TYPE: BRIDGE Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.375 $0.375 $0.000 $0.223 
$2.322 $2.322 S0.000 $0.000 
$1.260 $1.260 $0.000 $0.078 
$0.115 $0.115 $0.000  $0.000 
$4.072 $4.072 $0.300 

TYPE: BRIDGE Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 17% 


dve 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 54% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0013F 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0014D 


Budget Spent 
Initial Projected Difference To Date 
_NA $1.167 NA $0.289 
_NA $6.500 NA $0.000 
_NA $1.775 NA $0.007 
_NA $0.378 NA $0.000 
_NA $9.820 NA $0.296 

TYPE: BRIDGE Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.370 50.370 $0.000 $0.195 
$3.808 $3.808 $0.000 $0.000 
$1.687 $1.687 $0.000 $0.038 
$0.250 $0.250 $0.000 $0.000 
$6.115 $6.115 $0.233 

TYPE: BRIDGE Legacy 


A- 32 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 27% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 30-Apr-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 10% 
Other as Percent of Construction: 44% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.480 NA $0.734 
Construction NA $6.500 NA $0.000 ARC tibnie a COnipletigniauNine: NA 
Other NA $2.133 NA $0.006 : 
Contingenc NA $0.625 NA $0,000 TEESE Ve 
Total gency NA $10.738 NA $0.740 % Construction Change Order: 0% 
on . = : Design as Percent of Construction: 23% 
URE ENS USES AMIRI? poeder Other as Percent of Construction: 33% 


Budget Spent Advertise NTP Complete 


Initial | Projected Difference To Date Schedule: b-18 
Design NA $0.774 NA $0.518 
Construction NA $9.503 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $2.355 NA $0.059 # of Be late: 
Contingency NA $0.810 NA $0,000 OF Ones ate: NA 
Total NA $13,443 NA $0.57 % Construction Change Order: 0% 
- : Design as Percent of Construction: 8% 
Ep Or TYPE BRIDGE Espey! Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.436 NA $0.000 
Construction NA $3.482 NA $0.000 Anticipated Campletion at NIE: NA 
Other NA $1.396 NA $0.001 ‘ 

: # of months late: NA 
Contingency NA $0.522 NA $0.000 Paconenuctanchence Order 0% 
Total NA 55.836 NA $0.001 ‘ at 

: Design as Percent of Construction: 13% 
perdi DPE CENCE pes Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.998 NA $0.140 
COnsEUctION NA 52.600 as $0.000 Anticipated Completion at NTP: NA 
Other NA $0.944 NA $0.009 hot nedate: 
Contingency NA $0.100 NA $0,000 Ohmenths late: NA 
Total NA $4,642 NA $0.149 % Construction Change Order: 0% 
- . Design as Percent of Construction: 38% 
PTSID: 00136 Dikes RIDGE Labaey Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 peste 
Design NA $0.972 NA $0.264 
Construction NA $14.900 NA $0.000 Anticinatedicameletiontar nie: NA 
Other NA $2.400 NA $0.023 ; 

; # of months late: NA 
Contingency NA $1.000 NA $0.000 sconenuean chanel orden 0% 
Total NA $19.271 NA $0.287 : oe 

- Design as Percent of Construction: 7% 
eager. URE ERIRGE Eceaey Other as Percent of Construction: 16% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.837 NA $0.000 
Construction _NA 53.500 NA $0.000 Anticipated Completion StNTP: NA 
Other NA $1.557 NA S0.000 # of the lates 
Contingency NA $0.475. NA $0,000 al oats NA 
7 j % Construction Change Order: 0% 
Total NA $6.369 NA $0.000 . : 
. Design as Percent of Construction: 24% 
piatbe OOTSE whe eUEee Legacy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.800 NA $0.317 
Construction NA $8.000 NA $0.000 ae : : 
Other NA $1.833 NA $0.004 iain reac a: ah 
Saas oe Pees HA eos % Construction Change Order: 0% 
- : Design as Percent of Construction: 10% 
SUE CES EEE peeeey, Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.979 NA $0.450 
Construction NA $5.900 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $2.051 NA $0.239 Hof ie ates 
Contingency NA $0.295 NA $0,000 CMe te NA 
: i % Construction Change Order: 0% 
Total NA $9.225 NA 50.688 . . 
: Design as Percent of Construction: 17% 
Pisip. aint TRE: ERIDGE Legacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: ty : 
Design S0.500 $0.500 S0.000 S0.280 
Construction $1.702 $1.702 $0.000 $0.000 ro : : 
Other $1.290  §1.290  §0.000 $0.169 porta ween ee eae 
Contingency $0.077 $0.077 $0.000 S$0.000 Er Cont nuntian Gian Oren 0% 
Total $3.569  $3.569 $0.449 oe 6 a : 
Design as Percent of Construction: 29% 
UES NEES BRIDGE Eegeey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.397 NA $0.000 
Construction NA $0.850 NA $0.000 Anticipated: Camaldtionst NIP: NA 
Other _NA $0.625 NA S0.004 : 

: # of months late: NA 
Contingency NA $0.100 NA $0.000 9% Construction Change Order 0% 
Total NA $1.972 NA $0.004 : a 

. Design as Percent of Construction: 47% 
Play inee TYPES BRIDGE Legacy Other as Percent of Construction: 73% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 i 
Design NA $0.801 NA $0.548 
Construction NA $10.000 NA $0.000 ARE ibaa COnipIELIGUTa UNITE: NA 
Other NA $2.815 NA $0.015 OF fie lares 
Conti NA $0.900 NA $0,000 hes NA 
ontingency : é i ; ; ‘ 
Total NA $14.516 NA $0.563 % Construction Change Order: 0% 
on . : : Design as Percent of Construction: 8% 
PEN USES AMIRI)? Be Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.975 NA $0.235 
Construction ue 95.100 Ne $0.000 Anticipated Completion at NTP: NA 
Other NA $1.734 NA $0.002 ; 
Contingency NA $0.780 NA $0,000 Boh imonihs late: NA 
Total NA $8,589 NA $0.238 % Construction Change Order: 0% 
- : Design as Percent of Construction: 19% 
PIR: Cota ISPE BRIDGE tegacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA 53.010 NA $1.166 
Construction NA $29.600 NA $0.000 Anticipate dicompletionae niles NA 
Other NA $2.999 NA $0.031 not eleate: 
Contingenc NA §2.960 NA $0,000 ST ees NA 
Bency g ; % Construction Change Order: 0% 
Total NA $38.569 NA $1.196 : o 
. Design as Percent of Construction: 10% 
Se EE eR IDGE Boba. Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.886 NA $0.000 
COnsEUctION NA 91.975 as $0.000 Anticipated Completion at NTP: NA 
Other NA 50.609 NA $0.002 F 
Contingency NA $0.341 NA $0,000 peotimoniheiate, NA 
Total NA $3,811 NA $0.002 % Construction Change Order: 0% 
. : Design as Percent of Construction: 45% 
PTSID: 0145C Dike SRIDGE Legacy Other as Percent of Construction: 31% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.650 NA $0.369 
Construction NA $7.050 NA $0.000 Anticinatedicameletionteat nie: NA 
Other NA $2.542 NA $0.024 rie Welate: 
Contingenc NA $0590 NA $0,000 OER US eet NA 
Beney : ‘ % Construction Change Order: 0% 
Total NA $10.832 NA $0.393 : ve 
. Design as Percent of Construction: 9% 
PE NRE ERIRGE Eceaey Other as Percent of Construction: 36% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: i | 
Design S0.000 S0.000 S0.000 S0.000 
Construction 50.666 S0.666 S0.000 $0.000 2 : . Sees 
Other $0.251  §0.251 §0.000 $0.000 Sara a BeNTE 31-Oct-18 
Contingency $0.033 $0.033 $0.000 5$0.000 oe csaeeyi cian Change Sider 0% 
it 30.950 30.950 30.000 Design as Percent of Construction: 
PTSID: 0105F ie: eee ons legacy Other as Percent of Construction: 38% 
Budget Spent NTP Complete 
Initial © Projected Difference To Date Schedule: 8-M, 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.698 $0.698  $0.000 $0.000 a : : : 
Other $0.251  $0.251 $0.000 —-$0.000 Bua aie eee 31-Oct-18 
Contingency $0.033 $0.033 $0.000 $0.000 econenaan Granee Oren 0% 
Total $0.982 $0.982 $0.000 Design as Percent of Construction: NA 
Hebe URE MRE TEAS) pods Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design _NA $0.000 NA $0.000 
ConsiueHen es 30.342 a $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.218 NA S0.000 # of chelate: 
Contingency NA $0.040 NA $0,000 ud eaguorguiae NA 
Total NA $0,600 NA $0.000 % Construction Change Order: 0% 
= : : Design as Percent of Construction: 
ISIE Gnek FE OPERATING ERBaLy Other as Percent of Construction: 64% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA $0.000 
Construction NA $1.200 NA $0.000 Rnticinat-akcompletigniaehine: NA 
Other NA $0.340 NA $0.000 t 
Contingenc NA $0.060 NA $0,000 gy OP DOH Eat: Ne 
Total BONY NA $1.600 NA $0.000 % Construction Change Order: 0% 

oi . : - Design as Percent of Construction: 

FISIRE URES CEE RAlINS Bos) Other as Percent of Construction: 28% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000  $0.000 
Construction $1.237 $1.237. $0.000 $0.000 oa : ; : 
Other $0,339 $0,339 $0.000  §0.002 Anticipated Lompienar at NTP: 30-Nov-18 
: # of months late: [| 
Contingency $0.075 $0.075 $0.000 5$0.000 PA onc uiciunc hangeOnien: 0% 
Total $1.651  $1.651 $0.002 ee . 
Design as Percent of Construction: 
ESIDS Uae TAPES ESRI a aad Other as Percent of Construction: 27% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction _NA $1.586 NA S0.000 Ane cipete a conapleuistiaanine: NA 
Other _NA $0.339 NA S0.000 Hor the lates 
Contingency NA $0.075. NA $0,000 OEM ONS ales NA 
Total NA $2.000 NA $0.000 % Construction Change Order: 0% 
etd : - : Design as Percent of Construction: 
PISID Dies PE Opiate ScEaey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 | EOSs 
Design S0.000 $0.000 S0.000 S0.000 
Construction $1.427 $1.427 $0.000  $0.000 ie : ; Ce 
Other $0.339  $0.339 ~—-$0.000-—-$0.000 ee mip aa oe 30-lun-13 
Contingency S0.075 $0.075 $0.000 5$0.000 Se Canc AICOR Change Sieh 0% 
Total $1,841 31.841 $0.000 Design as Percent of Construction: 
PTSID: 0105E TYPE: QEERANING BERL Other as Percent of Construction: 24% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design _NA $0.250 NA $0.001 
Coney ba 30.800 ve $0.000 Anticipated Completion at NTP: NA 
Other NA S0.427 NA S0.004 # of chelate: 
Contingency NA $0.070 NA $0,000 eee NA 
Total NA $1.547 NA $0.005 % Construction Change Order: 0% 
= : : Design as Percent of Construction: 31% 
EIPID: Oa73H TNEE® PEVEMENT LeBaly Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jan-18 
Design NA $0.460 NA $0.362 
Construction NA 53.995 NA S0.000 Anticipated Gorm peuchsunie: NA 
Other NA $1.509 NA S0.017 aay Bolare 
Contingency NA $0.208 NA $0.000 PS close NA 
Total NA $6.172 NA $0.379 % Construction Change Order: 0% 
a : - : Design as Percent of Construction: 12% 
FESR Ripe eee EEN Ec eaey. Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [3 = 
Design NA $0.300 NA $0.036 
Const enon las 92.450 lac $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.556 NA $0.018 #cPaonths late: NA 
Sa : aa ee He a % Construction Change Order: 0% 
a : - Design as Percent of Construction: 12% 
Pee aies TNBEs EEE MEN Legaty Other as Percent of Construction: 23% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061A 


Other as Percent of Construction: 


FFY18 


Complete 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
NA $0.830 NA $0.361 
NA $6.814 NA $0.000 7 
NA $1363 NA  $0.091 pas eae ae BENE: 
NA $0.506 NA $0.000 . age ; 
% Construction Change Order: 
NA $9.513 NA $0.451 : } 
Design as Percent of Construction: 
TYPE: PAVEMENT Legacy 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0004D 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012Q 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012T 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172) 


Budget 


Other as Percent of Construction: 


Initial 


$0.800 $0.800 
$6.089 $6.089 
$1.603 $1.603 
So 713 S0713 
$9.205 $9.205 

TYPE: PAVEMENT 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


Spent Advertise NTP 
Schedule: [29—Dec-17 ] 30-Mar-18 
$0.210 
oie Anticipated Completion at NTP: 
: # of months late: 
$0.000 i : fan 
$0,253 % Construction Change Or er: 
Design as Percent of Construction: 
Legacy 


Other as Percent of Construction: 


Other as Percent of Construction: 


Other as Percent of Construction: 
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Complete 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
NA $1.665 NA $0.140 
NA $7.150 NA $0.000 fs : ; 
NA $2,131 NA $0.021 ee mia aa AUNT: 
NA $0.600 NA $0.000 5 cane ; 
% Construction Change Order: 
NA $11.546 NA $0.161 : . 
Design as Percent of Construction: 
TYPE: PAVEMENT Legacy 


Complete 


Complete 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
_NA $0.670 NA S0.074 
NA $1.600 NA $0.000 ae , ; 
NA $0.801 NA $0,016 ace ntearl aa ant 
NA $0.105 NA $0.000 6 hae : 
% Construction Change Order: 
NA 53.176 NA $0.089 . . 
Design as Percent of Construction: 
TYPE: PAVEMENT Legacy 


Complete 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
NA $0.358 NA $0.065 
NA $2.000 NA $0.000 i : ; 
NA $1197 NA  §$0.019 peer reas BENT: 
NA $0.295 NA $0.000 - cae ; 
% Construction Change Order: 
_NA 53.850 NA 50.083 ‘ ee 
Design as Percent of Construction: 
TYPE: PAVEMENT Legacy 


FFY18 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30=Mar=1 
Design NA $0.105 NA $0.000 
Construction NA $1.890 NA $0.000 Anticipated Completion aUNTP: NA 
Other NA $0.452 NA $0.015 # of Be late: 
Conti NA $0.239 NA $0,000 CONS NA 
ra ae : : % Construction Change Order: 0% 
Total NA $2.686 NA $0.015 , ie 
: Design as Percent of Construction: 6% 
Pus O POR ES VEEN cone Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.380 NA $0.080 
Const Cuen oe 52.500 A 30.040 Anticipated Completion at NTP: NA 
Other NA $1.606 NA S0.757 : 
Contingency NA 0.250 NA $0,000 eh LASTING DEM NA 
Total NA $4.736 NA $0.876 % Construction Change Order: 0% 
- = Design as Percent of Construction: 15% 
ls SEE Ue AIMEE pepe, Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.325 NA $0.038 
Construction NA $2.500 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.039 NA $0.028 # of slate: 
Contingenc NA $0.300 NA $0,000 A i clact NA 
Y ; : % Construction Change Order: 0% 
Total NA $4.164 NA 50.066 : Bs 
- Design as Percent of Construction: 13% 
BSI: BOetE INSEE: CASEMENT Legacy Other as Percent of Construction: 42% 
TAP/OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.210 NA $0.000 
Construction NA $2.000 NA $0.000 Anticipated Completion’at NIP: NA 
Other NA $0.900 NA S0.044 # of the-lates 
Contingenc NA $0.180 NA $0,000 PAL ck NA 
Y : : % Construction Change Order: 0% 
Total NA $3.290 NA $0.044 : - 
- Design as Percent of Construction: 10% 
EIS tues TYRES TAR/OTHER lebacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-18_ 
Design NA $0.135 NA $0.051 
eons HetOn Ne 93.186 a $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.538 NA S0.044 ‘ 
Contingency NA $0.395 NA $0.000 (ple ual NA 
Total ain $4.254 NA $0.094 % Construction Change Order: 0% 
: : Design as Percent of Construction: 4% 
ess UES Use OUuIES ska Other as Percent of Construction: 17% 
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TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28—-Feb-18 

Design NA $0.375 NA $0.316 
Pons wnenen ne 21.700 los $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.870 NA $0.003 : 
Contingenc NA 0.255 NA $0,000 BOLTON Nate: ne 
Total gency NA $3,200 NA $0.319 % Construction Change Order: 0% 

. = Design as Percent of Construction: 22% 
Ep ue TNRES BBE Eaeeey Other as Percent of Construction: 51% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.240 NA $0.053 
Construction _NA $1.200 NA $0.000 Rt ciparedicarmPletionieeniiz: NA 
Other _NA $0.632 NA $0.015 i 
Contingency NA $0120 NA $0,000 on ake NA 
Total NA $2.192 NA $0.068 % Construction Change Order: 0% 
er . : : Design as Percent of Construction: 20% 
EISID: 025K EE Ee Eee Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design _NA $0.490 NA $0.098 
Construction NA $1.500 NA $0.000 Avticipateal Completion at NTP: NA 
Other _NA $1.372 NA S0.076 # : 
; of months late: NA 
oe +A ra 7 rere % Construction Change Order: 0% 
ii = : Design as Percent of Construction: 33% 
RE oot TPES TBAEEIE PEBALy Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: ‘Dec= UT |23SrEeb=19) 
Design $0.445 $0.445 $0.000 S$0.367 
Construction $1.668 51.668 $0.000 S$0.000 ae ; ; 
Other $1621  $1.621 $0.000 $0.290 disuse a 2b 31-Dec-12 
Contingency $0.083 $0.083 $0.000 S$0.000 Bearer arian renee onder 0% 
Ua $3.817 $3.817 $0.656 Design as Percent of Construction: 27% 
PTSD 0072 URE SURBEEIE eco Other as Percent of Construction: 97% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.070 NA $0.000 
Cons eron WAS 30.900 Dac $0.000 Anticipated Completion at NTP: NA 
Other _NA S0.476 NA $0.000 ; 
Contingency NA 0.094 NA $0,000 fof months late: NA 
Total NA $1.540 NA $0.000 % Construction Change Order: 0% 
os : . Design as Percent of Construction: 8% 
ERD NPE TRBEEIC Legaly Other as Percent of Construction: 53% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 
Design NA $0.576 NA $0.527 
Construction _NA $8.454 NA $0.000 Ane cine teaiconapleiecieanine: NA 
Other _NA $1.895 NA $0.126 HOF He late: 
Contingenc NA $0347 NA $0,000 SUMED eS ake: NA 
=a gency NA $11.272 NA $0.653 % Construction Change Order: 0% 
etd . - Design as Percent of Construction: 7% 
UES DIRE TRAGEIe EceaLy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.100 NA $0.033 
Construction NA $0.630 NA $0.000 sod : ; 
Other NA $0.571 NA $0.002 ie iar aa ae - 
oe ; ia ae a oa % Construction Change Order: 0% 
2 : : Design as Percent of Construction: 16% 
EIDE: Ou25r TYPE: TRBEFIE ad Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.579 NA $0.202 
Construction NA $2.981 NA $0.000 Rnticipatedicameletioniae Nile: NA 
Other NA $1.803 NA S0.374 eof He late: 
Contingenc NA 0.313. NA $0,000 Se trate NA 
ea Bency NA $5.675 NA $0.576 % Construction Change Order: 0% 
- : Design as Percent of Construction: 19% 
mea IRIE UlS Soeaey Other as Percent of Construction: 60% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.060 $0.060 S0.000 $0.038 
Construction 51.600 51.600 S0.000 S0.000 ak : . 
Other $0.841 §0.841 §0.000 —_$0.030 SU ecce eres oa one 31-May-19 
Contingency $0.086 $0.086 $0.000 S$0.000 SE Cancunuetian Change Order: 0% 
rote! $2,587 32.587 30.068 Design as Percent of Construction: 4% 
Erp. aaa TNE TRSHE Papacy Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.155 NA S0.000 
Construction NA $0.605 NA $0.000 Py theieeien Cameston ae Te: NA 
Other _NA S0.376 NA $0.003 thor fnelate: 
Contingenc NA $0.061 NA $0,000 Cope eets: NA 
eee Boy NA $1.197 NA $0.003 % Construction Change Order: 0% 
. - : Design as Percent of Construction: 26% 
pisle aeeoe EE Se Eoeaey Other as Percent of Construction: 62% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: i2oSMar =e) 
Design $0.503 $0.503 S0.000 $0.386 
Construction $1.500 $1.500 $0.000 S$0.000 i : ; : 
Other $1.022  $1.022 $0.000 $0.033 eran a Beni: 30-Nov-12 
a ee a 50.000 oe % Construction Change Order: 0% 
bali . . - Design as Percent of Construction: 34% 
pip: Oeye> TRE TRAEEIE Leeaty Other as Percent of Construction: 68% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design _NA $0.089 NA $0.000 
Poneeuction ve 30.860 Me 30.000 Anticipated Completion at NTP: NA 
Other NA S0.470 NA S$0.000 : 
Contingency NA $0.089 NA $0,000 iO) LMS Ee NA 
Total NA $1.507 NA $0.000 % Construction Change Order: 0% 
a : : Design as Percent of Construction: 10% 
PSI ica Eire Ubislealc EY Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28=Max=18 
Design NA $0.365 NA $0.348 
Construction NA $1.051 NA S0.000 anticipated Completion at NTR: NA 
Other _NA $0.458 NA $0.008 : 
Contingency NA 60.083 NA $0,000 POU menchasats NA 
Total NA $1.956 NA $0.356 % Construction Change Order: 0% 
: . : : Design as Percent of Construction: 35% 
oe ee JRE: TRAEGIE Legacy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.250 NA $0.228 
Onsen vas 51.609 Me 30.000 Anticipated Completion at NTP: NA 
Other _NA $0.423 NA $0.021 ; 
Contingency NA 60.138 NA $0.000 GO UaTOLTNS Les NA 
Total NA $2.420 NA $0.249 % Construction Change Order: 0% 
ote : : Design as Percent of Construction: 16% 
fTSIDENIU S26 nS URI Eceay Other as Percent of Construction: 26% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.046 NA $0.044 
Construction NA $0.350 NA S0.000 Anticipated Complctionst NIP: NA 
Other _NA S0.875 NA $0.041 : 
Contingency NA $0.035 NA $0,000 Se enna NA 
Total NA $1.306 NA $0.085 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 13% 
eye: OE00H ee Legacy Other as Percent of Construction: 250% 


A- 42 


FFY18 


Budget Spent Advertise NTP Complete 

Initial Projected Difference To Date Schedule: 

Design NA $0.370 NA $0.118 
Construction NA $1.250 NA $0.000 ARE tibai 2a COnipletignTauhiie: NA 
Other NA $1.158 NA S0.074 OC Ontna lake: NA 
eeu eep a ae ae se ae % Construction Change Order: 0% 
ora . : Design as Percent of Construction: 30% 
ARES TOBE SURE eens Other as Percent of Construction: 93% 


A- 43 


Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY14 
BRIDGE 
9500A Arcadia Management Area Bridge Replacement COV, HOP, RIC A.4 0 0 eee] Ape is) Maye $1.6 
0163J Atwells Ave Bridge No. 975 Replacement PVD A 0 a am Mm 328 
0153C Central Bridge No. 018201 & Access Improvements to Rout 248 A-1 0 0 May-13 Aug-13 APE $16.0 
0144B. Great Island Bridge #499 NAR A060 0 MSC‘ 5 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. YAM, POR A-1 0 0 Jul-14 Aug-14 Beem) = f48 
0018A New Providence Viaduct Southbound Bridge No. 578 a A-2 0 0 Gere Jan-13 Gem $74.4 
0 0 $108 
PAVEMENT 
0185A Apponaug Circulator By-Pass A-2 0 0 Mar-14 Jul-14 T5208 
0012E 1-195 Relocation - Landscape Contract C EPR, PVD A3 0 0 Seva Eee Kove 08 
0172F Mineral Spring Avenue 1R Improvements Ee oo A-3 0 0 Sep-14 Jan-15 Nee 33.9 
0130R Ocean Avenue 1R Improvements NSH A-3 10 at eam CED 407 
0 0 $35 
TRAFFIC 
01152 1-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stat #OF, Ric, = A300 ma Se rem s26 
0058L 1-95 Sustainability - Phase | PVD A4 0 0 ESSE Mayes NOM $06 
0122H Statewide DMS Installation STATEWIDE ~A4 0 0  [Sp=@@) SSIS GERM $23 
0 0 $6 
TAP/OTHER 
9004D Providence Station Enhancements PVD 3 00 ki Beam Ae 69 
0 0 $7 
OPERATING 
7006F Guardrail Repair and Replacement 2014-2016 STATEWIDE A2 00 k= Gem Ge 15 
7005F Impact Attenuator Repair and Replacement 2014-2016 STATEWIDE A-2 0 0 Baeza) Apr-14 Beem = $0.9 
7009E Statewide Fence Repair and Replacement 2015-2016 STATEWIDE yD) Osi (iS SEBCG05 
0 0 $3 
Number of In design Advertised In Construction Complete Total 0 0 $159 


Projects: 0 0 0 17 17 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY15 
BRIDGE 
0156A Clarence Hussey Bridge No. 11 (69B) NKS A5 0 0 GSpEis) Gene eve $21 
0153D Coles Bridge No. 134 (66) EPR AS 0 0 ages Neves GM 05 
0143D East Shore Expressway Bridges Nos. 475, 476 EPR 565 60360 kt Hs Bam $125 
0113L Glenbridge Ave and South County Trail Bridges (69F) ge 5 0600 st es Mem 37.1 
02011 Hamlet Ave. Bridge #500 (69C) WNS AS 60 0)—s«MS] SS C25 
0201U 1-95 Corridor Bridge Preservation & Resurfacing CRA, PvD, WARAG  Q 0 MeyEas) GRUEIS RGM s106 
0163F Pleasant Valley Parkway Bridge No. 777 ee A-6 0 0 Apr-15 Jul-15 NO = $59 
0143R Route 1/South County Pier Cap Replacements SKS A-6 0 0 Nov-14 Mar-15 Beem $58 
0113V Route 24 & |-295 Bridge Preservation CRA, TIV, WARAG 0 0 = Gams Gemme 40 
0154B Shippee Bridge No. 307 (69E) BUR 6 00 = Aa Mem 421 
0201T West Elmwood RR Bridge No. 660 (69G) PVD 7 00 i Ts Gm 422 
0 0 $55 
PAVEMENT 
0173F Broadway Streetscape Improvements Project NPT A-8 0 0 Nov-14 Mar-15 GE $66 
0004B Dexter Street 1R Improvements CFA, PAW A-8 0 0 Apr-15 uaieas) GE $335 
0166L New River Road and Victory Highway 1R Improvements =I A-8 0 0 Apr-15. Jul-15 Re 413 
0166K Old River Road (Route 126) 1R Improvements LIN AS 00 Mayas) Fags) Mayme 423 
0172Y Route 102 1R Improvements, C-3 COV, FOS AS 0 0  Mey=ms) apRas Mayme $55 
0173J Route 116 Knotty Oak Rd. cov AS9 00 Tis Sp My 415 
0166D Route 146A and Park Avenue Intersection Improvements NSM, WNS A-9 0 0 Oct-14 Jan-15 E508 
0173R Route 37 1R Improvements CRA, WAR A-9 0 0 Apr-15, ees) Mayet 38 $55 
0078G South/North Main Streets ADA Improvements PVD 9 00 i a Kem 373 
0055J Statewide Resurfacing 2015, C-1** oe AG 00 ms Bem Sem 339 
RIC, SKS 
0173N US Route 1, South Kingstown Improvements SKS A-10 600 (0 Apr-15. Jul-15 Mayes = $16 
0172B Woonasquatucket Avenue 1R Improvements NER EVD A-10 600 (0 Sép=15)| Nov-15 Sepa = $3.4 
0 0 $43 
TRAFFIC 
0011C Enhanced Roadside & Freeway Delineation STATEWIDE A440 00 Eo aS 6 524 
0102H North, C-5 - STC STATEWIDE 6 AOD U0 0 lO )0Ol 12 
0102G North/Central, C-4 - STC STATEWIDE 6 A410 0 Sl OCC tt 
0 0 $5 
TAP/OTHER 
9603B Colt State Park Bike Path Connector BRI noe kyl i Hm $15 
0 0 $2 
OPERATING 
0086U Crack Sealing - Limited Access, 2015 STATEWIDE AT 00 = Ris See $02 
0116E Pavement Striping - East Bay, 2015 STATEWIDE AT 00 = ays GG si6 
0086W Rubberized Asphalt Chip Seal, 2015 STATEWIDE A7 0 0 = Gis Mem 321 
0086R West Main Road (Route 77) Chip Seal CHA, LCM, RICA.7 0 0 SZ GR Maye fi6 
0 0 $5 
Number of In design Advertised In Construction Complete Total 0 0 $111 


Projects: 0 0 0 31 31 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR n?25 it iz $5.7 
0153E Capron Road Bridge No. 792 (70A) SMI A12 0 1 Meyeie  BepEie $2.4 
0145B Carolina Bridges (57F) RIC A122 03 See Maze $4.9 
0183B Central Street Bridge No. 449 (70B) NSM A12 0 1 [SESE 686(BBeRie $5.0 
0144E Harbor Junction Bridge No. 131 (57E) PVD A12 0 1 (eae pee $3.4 
0166J Mussey Brook Bridge No. 380 (56C) LIN Bn 01 i? Ei $1.2 
0171B Newman Avenue Bridge No. 224 (57D) EPR A133 01 eee Beam $2.7 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR A130 1 Sep-16 fep=iy) $9.4 
0143U Pawtucket Area Bridges (53B) PAW A13 03  £Gie Neve $5.7 
0143K Pawtucket Avenue Bridge No. 471 (57B) a A-13 0 1 Mar-16 gul-16 $8.2 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 404 i” i $2.0 
0012R Providence River Pedestrian Bridge PVD A146 0 0 Meme «=©6BBBRM = =0ug-19 $17.0 
0012N Ramp El Bridge No. 1083 (56A) PVD 4 01 as Bea $0.5 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM 401t ki 7 $8.1 
0156C South County Freeway Bridge No. 686 (52A) WAR A14 0 1 GSH  Neveie $17 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE A15 0 2 Meme  anpaie $4.5 
0009N Washington Bridge North No. 700 (57A T - J) EPR, PVD A145 0 1 [BSR BRM tec-19 $15.2 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP A15 0 2 (GSS GOR vec18 $17 
2 30 $99 
PAVEMENT 
0172C 1R Improvements to Smith Street PVD A-17 0 0 Sep-16 Jan-17 Dec-17 $3.3 
0165X High Street & Kingstown Road Improvements SKS A-18 0 0 Mar-16 Jun-16 ROSE $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A18 0 0 GSpeael BSCE Nev 338 
0078U Providence - Downtown Improvements, C-3 Evy A-18 0 0 Mar-16 Jul-16 $26 
0076N Route 107 1R Improvements BUR A18 0 0 (Gees) Meee ROM 526 
0139H Route 138 Improvements SKS A18 0 0 a See ee t06 
0055K Statewide Resurfacing C-2, 2017** STATEWIDE A149 0 0 SSE Gy 8 Ne 424 
0007F Two Mile Corner Reconstruction MID A19 0 0 Gems SCC“(‘(Se-18~—~=C«OO86 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE 6 A190 0) O17 
0091K Coronado Road Pedestrian Enhancements WAR A-20 0 0 Jan-16 May-16 My 423 
0102J East Bay/South, C-6 - STC STATEWIDE A.20 00 fie Mayet BEG sos 
0153R Memorial Blvd. & Francis Street Improvements ev A-20 0 0 Dec-15 Mar-16 | 
0071V Mineral Spring Avenue HSIP NPR A20 0 0 Gemme Mayes  Ganemy 4921 
0080D Pedestrian and Intersection Safety Improvements-STC wit STATEWIDE A.20-'—si$ 0tsiCi as TS (CT 1.3 
0153N Route 102 & Route 117 Improvements - Roundabout COV, SKS, WGRA-2{ Q 0 Hees iiAAC(Ci‘’ct'-18 $24 
0116S Statewide LED Retrofit Project STATEWIDE A) 00 Tl C40 
0072K Traffic Signal Optimization, C-2 STATEWIDE =A21 0 0 ke Gt Ay $10 
0071T Warwick - HSIP WAR 21 00 i= A GM 05 
00 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD 19 06(l0 0 Me )h— 122 
0132G Portsmouth Maintenance Facility POR 19060 0 OS i CC S6.2 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A(5 0 0 Maze  (Ginei@ $0.2 
0084Z Crack Sealing - North & East, 2016 STATEWIDE A~A15 0 0 [=== (ammig $0.2 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE A16 0 0 Me=mme (imma $0.2 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS, RIC A164 600 (00 MEG) $0.7 
0084G Rubberized Asphalt Chip Seal 2016 cuM, GLO, HOP A146 0 0 Memmi  Mayeie $1.2 
7006H Statewide Fence 2017-2019 STATEWIDE 16 0 0  (GQmulel (GREG $0.7 
7006G Statewide Guardrail 2017-2019 STATEWIDE A16 0 0 (a  (BepEie $3.3 
7006J Statewide Impact Attenuator 2017-2019 STATEWIDE A417 0 0 (eee  (BeBeuie $1.9 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A17 0 0 Ma Mayme $2.4 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 STATEWIDE A-17 0 0 Mar-16 gun-16 $3.1 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE A17 0 0 Meee (Gineie $2.1 
0 0 $16 
Number of In design Advertised In Construction Complete Total 2 30 $169 


Projects: 0 0 18 31 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A22 1 0 Mem BBRMB 8 oct-20 $70 
0114L Central RI Bridges - Group 12 (29 Bridges) ee A22 029 [Spe  (GEMRM sul-20 $58 
HOP, RIC, 
WAR, WGR, WST 
0114S Cumberland |-295 Corridor Bridges (37T - |) CUM A-22 40 fz GBS OoMay-20 $159 
0168H Hope Valley Bridges (69D) oe ghee 0% Gi C( Sie 
0143W Horton Farm Bridge No. 472 (57M) EPR A22 1 0 [x GR oNov-19 $125 
0013M I-195 Corridor Bridges (77) EPR A2 23 Fae GRR 0osun-19) $124 
0114U 1-295 Bridges Contract 2 CRA A23 6 0 (SpE MeRM 8 May-21 $345 
0114T 1-295 Bridges Contract | CRA A23 4 0 £BSee 86 OMay-21 $16.9 
0144R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A23 4 0 [ESE 8 BRM fpr-20 $15.4 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 WAR A23 2 0 [x ER otec-19 $19.2 
0114N Oxford Street Bridge No. 653 (2T) PVD A24 1 0 @SE BBR 8 80sun-20 $85 
0016J Pine Street Bridge No. 548 (31) PAW A24 1 0 (SpE 8 6BBSRM 8 606sun-19 $68 
0027B Reconstruction of the Route 6/10 Interchange CRE TEND A24 9 0 ye SSCiNOv-23 52506 
0013L Route 146 Corridor Bridges (38) EXE, NSM, PVD A.24 0 2 [Bm [GRRRMB) 8 oDec-19 = $68 
0014F Simmonsville Bridge No. 326 (57C) JOH A24 1 0 SSpe Game oay-19) 915 
0168C Victory Highway Bridge No. 589 (71) WGR A2> 1 0  [ GR osep-21) $123 
0114K Wood River Valley Bridge No. 404, |-95 North & South (7T #0P A2 1 0 (ee 86GB vg-20 912.1 
38 39 $440 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH A-27 0 0 Sep-17 Jan-18 $1.1 
0007C East Main Road 1R Improvements FOR A-27 0 0 Dec-16 Apr-17 $6.2 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR w7seu°3» i iim $6.8 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW wo i iz $3.0 
0081D Improvements to US Route 1 (South Kingstown) SKS A-27 60 0 Sep-17 Feb-18 $5.3 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAW A238 0 0 SSpei eimai) $3.1 
0081W Route 146 Improvements LIN, NPR, PVD A.28 0 0 fom Maya $4.8 
0081R Route 24 Improvements POR 2s 00 i Hi $4.9 
0166H Route 4 Improvements, C-2 EGR, NKS, WAR A-28 0 0 Oct-16 Jan-17 $4.1 
0173S Snell Road Improvements LCM A-28 0 0 geet lofeasealy $0.9 
0173Z US Route 6 Hartford Ave JOH, SCI 200600 0 Es $5.9 
0165V Woodville Road Improvements HOP, RIC A290 0 0 Gai Bea $3.3 
00 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A30 0 0 May-17 — Sep-17 $0.3 
0025F Cranston - Local Safety Improvements CRA A330 0 0 Aug-17 Nov-17 $0.5 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-30 0 0 Sep-17 Jan-18 $1.5 
0025J High Friction Surface Treatments 2016 STATEWIDE 6 A300 lU0l0l (is A $0.6 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Cu SKS A30 0 0 GSpEa emma) $0.7 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv 4° A-31 0 0 Jan-17 Mar-17 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, John JOH, NPT, WAR A-34 0 0 Sep-17 Jan-18 $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A31 0 0 ki? fea $0.5 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE 6 A331 0 0l 0S $1.4 
0 0 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
TAP/OTHER 
0021U Blackstone Bikeway 8C NSM A29 «600 (00 SR SM foct-19 $28 
0006A Rhodeworks Toll Facilities STATEWIDE A.29 0 0 eo BEB sun-19 $420 
00 $45 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS A-29 0 0 Mar-17 gun-17 $0.2 
00 $0 
OPERATING 
0084C 2017 Crack Sealing Limited Access STATEWIDE A25 0 0 7] ii $0.5 
0084B 2017 Crack Sealing North and East Regions STATEWIDE 6 A250 0 $0.5 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE ©6295 0 0 $0.6 
O086Y 2017 Paver Placed Elastomeric Surface Treatment STATEWIDE A926 0 0 fe? Gea $1.2 
0086X 2017 Rubberized Asphalt Chip Sealing STATEWIDE A.26 0 0 fia”  (ieay $1.9 
0073M 2017-2018 Statewide Pavement Striping -North STATEWIDE A.26 0 0 [==] Maya $1.9 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA, PVD, WAR A.26 3 6 Mi 86a $5.4 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE 4.26 00 fo? yay $1.9 
3 6 $14 
Number of In design Advertised § InConstruction Complete Total 41 45 $557 


Projects: 0 0 - 8 a9 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget ($M) 
FFY18 
BRIDGE 
0015A Aquidneck Island Bridge Preservation rd a A-32 0 22 Sep-18 Jan-19 ‘Jun-21 $6.0 
POR, TIV 
0013K BG-30 Broad St. South and Elmwood Ave Bridges ae A-32 2 0 Sep-18 Dec-18 ‘Dec-20 $20.0 
0143A Big River Bridge WGR A32 0 1 SS 86M Oovan-21 923 
0013F Bridge Preservation BG - 05 aaa a ae A-32 0 12 Sep-18 Dec-18 Dec-20 $6.5 
0014D Centerville Rd Bridge WAR A32 10 eee MR Ofpr-20 $38 
0013U East Bay Bridge Preservation ao a A-33. 0 25 Jul-18 Oct-18 May-21 $6.5 
NPT, NSH, 
PAW, TIV, WRN 
0114J Farnum Pike Bridges NSM A33 0 2 (RBM Sep-18 Jun-21 $95 
0017G Geneva Pond Bridge evD A-33 1 0 May-18 Aug-18 ‘Aug-20 $3.5 
0013G 1-295 Bridges - Bridge Group 09 CRA, JOH A33 0 8 Aug-18 Nov-18 May-20 $2.6 
0114V_ 1-295 Bridges Contract 3 JOH A33 2 0 MBMMMM = may-18 Jun-21 $149 
0015B Lafayette Road Bridge NKS A34 1 0 Aug-18 Nov-18 Aug-19 $3.5 
0167C Louisquisset Ramp Bridge ae A-34 1 0 May-18 Aug-18 ‘Nov-20 $8.0 
0194C Park Avenue RR Bridge CRA A-34 1 0 Apr-18 Jul-18 Nov-20 $5.9 
0201A Railroad Avenue Bridge BUR “a 10 a Em omn19 917 
0145Q Reconstruction of Howard Road Bridge CUM A34 0 0 Aug-18 Jan-19 Jun-20 $0.9 
0014Z Replacement of Louisquisset Pike Bridge LIN A361 (00 MRM ss g-18— Jun-21_— $10.0 
0013S RI-146 Area Bridges- Contract 1 LIN, NSM, PVD A.35 Q 9 Aug-18 Nov-18 Apr-21 $5.1 
0013C Route 37 Bridge Rehabilitation CRA, WAR A35 6 9 Sep-18 Jan-19 Sep-21 $29.6 
0145C Union Village RR Bridge NSM A350 61 «(OO Sep-18 Dec-18 Oct-20 $2.0 
0017E Woonasquatucket River Bridge PVD A35 81 0 WBMMMM = May-18 Dec-20 $74 
19 88 $149 
PAVEMENT 
0173H 1R Improvements to Old Summit Road cov A-37 60 (0 May-18 Aug-18 ‘Dec-18 $0.8 
0130E 1R Improvements to Reservoir Avenue CRA A37 60 (+O Genes] Apr-18 Dec-20 $4.0 
0173K 1R Improvements to Rockland Road SCI A370 (OO Mar-18 Jun-18 May-19 $2.5 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maint SL° A38 0 0 Aug-18 Dec-18 May-21 $6.8 
0004D Broad Street Regeneration CFA, CUM, PAW A-38 0 0 Sep-18 Jan-19 “Apr-22 $7.2 
0012Q I-195 Relocate Waterfront Parks PVD A338 (0 (00 CS ss its $631 
0012T 1-195 Relocation, Gano St, Contract 18 PVD A38 0 0 Sep-18 Dec-18 Jun-20 $1.6 
0172J Improvement to Nayatt Rd BAR A-38 0 0 Apr-18 Jul-18 ‘Aug-19 $2.0 
0165J Improvements to Railroad Street TEN A39 0 0 Mar-18 Jun-18 May-19 $1.9 
0138B Rt 6A (Hartford Ave, C-2) JOH A-39 0 0 Apr-18 Jul-18 Nov-18 $2.5 
0081E Us-6 (Rt 102 to Danielson Pk) scl A-39 0 0 May-18 Aug-18 ‘Jul-19 $2.5 
0 0 $38 
TRAFFIC 
0025N 2017 Statewide Intersection Safety Improvements CRA, PVD, WAR A-40 0 0 Feb-18 May-18 ay-19 $1.7 
0025K 2018 Statewide Intersection Safety Improvements STATEWIDE A40 0 0 Aug-18 Dec-18 ay-20 $1.2 
0011E Aquidneck Avenue HSIP MID A-40 60 (0 Sep-18 Dec-18 Sep-20 $1.5 
0076Z Aquidneck Avenue Improvements MID A40 0 0 Deena] Feb-18 ‘Dec-19 $1.7 
0091S High Friction Surface Treatment 2018 PAW, PVD A40 0 0 Jun-18 Sep-18 Dec-19 $0.9 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-41 0 0 Mar-18 Jun-18 Oct-20 $8.5 
0025R Intersection Safety Imprv to Rt 44/Smithfield Commons-Du St A-41 0 0 Aug-18 Nov-18 ay-20 $0.6 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget ($M) 
0071P Metacom Avenue - HSIP BRT, WEN A-41 0 0 Aug-18 Dec-18 May-20 $3.0 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr “SM, WAR A441 60 (00 GSE iB i May-19 $106 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhance ae ae A41 0 0 Jul-18 Oct-18 ‘Dec-19 $0.6 
PVD, SMI, WAR 
0073S Route 146 Guide Sign Improvements North C-1 (North Smi “s™ A42 0 0 GeRms) MARR Nov-19 915 
0162F SRTS - Barrington C-1A BAR A42 0 0 Jul-18 Oct-18 May-20 $0.9 
0162A SRTS- Contract 1 (Cran, E Prov) CRA, EPR A42 0 0 (BRMMB yul-18 May-19 $414 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) SMI, WES, WNS A-42 0 0 Apr-18 Jun-18 ‘Jun-19 $1.6 
0080H STC - Allens Avenue at Terminal and Ernest PVD A42 0 0 Feb-18 Jun-18 Aug-19 $0.4 
0080C STC - Statewide Pedestrian and Intersection Safety Improv nat a A430 «(0 Jun-18 Sep-18 Nov-19 $1.3 
SKS, TIV, WST 
0 0 $28 
TAP/OTHER 
0021S Blackstone River Bikeway Segment 8B-1 WNS A39 0 0 Apr-18 Jul-18 Oct-19 $2.0 
0026P Trestle Trail West Section Bridges cov A39 8600 0)~— OBBEMB)un-18— Mar-20 $3.2 
0 0 $5 
OPERATING 
0105F 2018 Crack Sealing North and East Regions oe A3606O0 0tsC«dMSS Gs MBYCitoct-18 $07 
LIN, MID, 
NPR, POR, 
PVD, SMI, WES 
0105B 2018 Crack Sealing South and Central Regions oe A3606O0 0tsCdMS Gs MBit -18 $07 
NAR, NKS, 
RIC, SKS, 
WAR, WES 
0105C 2018 Limited Access Crack Sealing ey ee A36 0 0 Apr-18 Jun-18 Oct-18 $0.3 
NKS, SKS, 
WAR, WES 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 STATEWIDE A36 0 0 May-18 Jul-18 Nov-18 $1.2 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 CRA, cuM, scr a.36 0 0 [BSCE fBBRMB Nov-18 $12 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 STATEWLDE A-37 0 0 May-18 Jul-18 ‘Jun-19 $1.6 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 pur, cov, = AST 0 0 ER un-t9S14 
GLO, SCI 
0 0 $7 
Number of In design Advertised In Construction Complete Total 19 88 $227 


Projects: 33 12 11 0 56 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quater Quarter +/- Comments 
0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 Delay Due to Revised Prioritization of Projects 
Advertise 3/31/2018 5/31/2018 aa 
NTP 6/30/2018 7/31/2018 Raa 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 Delay Due to Revised Prioritization of Projects 
Advertise 3/31/2018 5/31/2018 ea 
NTP 6/30/2018 7/31/2018 aml 
0025K 2018 Statewide Intersection Safety Improvements Delay Due to Extended Award Process 
NTP 11/30/2018 12/31/2018 eal 
0017G Geneva Pond Bridge Delay Due to Permitting 
Advertise 1/31/2018 5/30/2018 ia 
NTP 4/30/2018 8/30/2018 aa 
Substantially Complete 6/30/2020 __ 8/30/2020 (NING 
0013C Route 37 Bridge Rehabilitation Delay Due to Extended Award Process 
NTP 12/31/2018 1/31/2019 Sa 
0145C Union Village RR Bridge Delay Due to AMTRAK Coordination 
Substantially Complete 11/30/2019 10/31/2020 
Advertised 
0173K 1R Improvements to Rockland Road Achieved Advertisement 
Advertise 3/31/2018 3/30/2018 A 
Substantially Complete 7/31/2019 5/4/2019) 04) 
0114) Farnum Pike Bridges Achieved Advertisement 
Advertise 2/28/2018 2/20/2018 NB 
0165J Improvements to Railroad Street Achieved Advertisement 
Advertise 3/31/2018 3/30/2018 A 
Substantially Complete 11/30/2019 — 5/31/201 9/983 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Achieved Advertisement and Adjusted Substantial Completion Date 
Advertise 3/31/2018 3/30/2018 NA 
Substantially Complete 9/30/2019 10/30/2020 ROG 
0014Z Replacement of Louisquisset Pike Bridge Achieved Advertisement 
Advertise 3/31/2018 3/23/2018 NB) 
0162A SRTS- Contract 1 (Cran, E Prov) Achieved Advertisement 
Advertise 3/31/2018 3/28/2018 
0026P Trestle Trail West Section Bridges Achieved Advertisement 
Advertise 3/31/2018 2/28/2018 NBA 
0173U 1R Improvements to Winsor Avenue Accelerated Award 
NTP 2/28/2018 an | 
Substantially Complete 8/31/2018 8/1/2018 
0170C Baker Pines Bridge No. 593 Adjusted Substantial Completion Date based on baseline schedule 
NTP 1131/2018 2/1/2018 
Substantially Complete 12/31/2019 10/31/2020 R06) 
0143A Big River Bridge Achieved Award 
NTP 3/31/2018 3/6/2018 N25) 
0014D Centerville Rd Bridge NTP delayed shifting substantial completion date due to utility design work 
NTP 2/28/2018 3/29/2018 BS) 
Substantially Complete 10/31/2019 4/20/2020 iia 
0114L Central RI Bridges - Group 12 (29 Bridges) Achieved NTP 
NTP 1/31/2018 1/30/2018 SNA 
0153T Diamond Hill Road Improvements at Mendon Road Achieved NTP and revised Substantial Completion based on baseline schedule 
NTP 1/19/2018 1/18/2018 
Substantially Complete 5/30/2020 11/30/2019) 482) 
0007C East Main Road 1R Improvements Achieved Advertisement 
Advertise 12/30/2016 12/27/2016 NS) 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quater Quarter +/- Comments 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd Achieved Advertisement 
Advertise 9/29/2017 9/22/2017 
0013M 1-195 Corridor Bridges (77) Accelerated NTP 
NTP 2/28/2018 1/31/2018 N28) 
0012Q 1-195 Relocate Waterfront Parks Achieved NTP 
NTP 3/31/2018 3/30/2018 NA 
0114U 1-295 Bridges Contract 2 Achieved NTP 
NTP 3/30/2018 3/27/2018 
0114T 1-295 Bridges Contract | Achieved NTP 
NTP 3/31/2018 3/16/2018 AB 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) Achieved NTP 
NTP 3/31/2018 3/28/2018 NS) 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) Delay due to Award Process 
NTP 7172017 7/31/2017 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) Accelerated NTP 
NTP 4/30/2018 3/23/2018 BB 
0081D Improvements to US Route 1 (South Kingstown) Accelerated NTP 
NTP 2/28/2018 2/6/2018 NBA 
Substantially Complete 12/31/2018 9/20/2014 8 102 
0114N Oxford Street Bridge No. 653 (2T) Achieved NTP 
NTP 3/1/2018 aero 
Substantially Complete 8/31/2020 6/30/2020 
0012R Providence River Pedestrian Bridge Delay due to purchase of steel 
Substantially Complete 10/31/2018 8/31/20 9 -304 
0201A Railroad Avenue Bridge Achieved NTP 
NTP 1/31/2018 1/30/2018 
Substantially Complete 11/30/2019 — 6/30/201 9 153 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-9 Delay in Award Process 
NTP 1/31/2018 2/1/2018 
0073S Route 146 Guide Sign Improvements North C-1 (North Smithfield) Achieved Advertisement and Accelerated NTP and Substantial Completion 
Advertise 1/31/2018 1/24/2018 
NTP 5/31/2018 3/26/2018) 66. 
Substantially Complete 5/31/2020 11/30/201 9/483) 
0014F Simmonsville Bridge No. 326 (57C) Achieved NTP 
NTP 1/31/2018 _ 1/11/2018 20 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) Achieved NTP 
NTP 1/31/2018 1/24/2018 
Complete 
0166J Mussey Brook Bridge No. 380 (56C) Accelerated Completion 
Substantially Complete 5/31/2018 12/14/2017 N68) 
0078U Providence - Downtown Improvements, C-3 Accelerated Completion 
Substantially Complete 5/31/2018 12/29/2017 ABS) 
0081W Route 146 Improvements Accelerated Completion 


NTP 5/31/2017 5/3/2017 BB 


Budget Changes Since Last Quarter 


PTS NAME 

In Design 

0061A = 1R Improvements to Route 44 - Contract 3B (RIDOT M 
0013F — Bridge Preservation BG - 05 

0017G Geneva Pond Bridge 

0091S — High Friction Surface Treatment 2018 

0013G 1-295 Bridges - Bridge Group 09 

0015B —_ Lafayette Road Bridge 

0194C = Park Avenue RR Bridge 

0013S —_ RI-146 Area Bridges- Contract 1 

0138B — Rt 6A (Hartford Ave, C-2) 

0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) 
Subtotal 

Advertised 

0130E 1 R Improvements to Reservoir Avenue 

0105F = 2018 Crack Sealing North and East Regions 

0105B 2018 Crack Sealing South and Central Regions 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 

0073X Intersection Safety Improvements to Rt 114 between B 
0162A SRTS- Contract 1 (Cran, E Prov) 
Subtotal 


In Construction 


0073M 2017-2018 Statewide Pavement Striping -North 
0170C —_ Baker Pines Bridge No. 593 

0143A Big River Bridge 

0014D — Centerville Rd Bridge 

0114L = Central RI Bridges - Group 12 (29 Bridges) 

0143W — Horton Farm Bridge No. 472 (57M) 

0114U ‘1-295 Bridges Contract 2 

0114T ‘1-295 Bridges Contract | 

0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 
0114P —_‘|-95 North & South Bridges at Toll Gate Road Nos. 683, 
0114N Oxford Street Bridge No. 653 (2T) 

0201A — Railroad Avenue Bridge 

0025Q Roadway Departure Mitigation - Guardrail and Median | 
0013L Route 146 Corridor Bridges (38) 

0073S — Route 146 Guide Sign Improvements North C-1 (North 
Subtotal 

Complete 

0102J East Bay/South, C-6 - STC 

0144B —_— Great Island Bridge #499 

0165X — High Street & Kingstown Road Improvements 

0166M — High Street/Kingstown Road Stormwater Mitigation 
0166K Old River Road (Route 126) 1R Improvements 

0132G — Portsmouth Maintenance Facility 

0143R — Route 1/South County Pier Cap Replacements 

0055J = Statewide Resurfacing 2015, C-1** 

Subtotal 


Total 


Last Current 
Quarter Quarter 


$5.963 $9.513 
$6.778 $9,820 
$3.474 $5,836 
$1.212  $1.540 
$4.279  $4.642 
$6.032  $6.369 
$6.246 $9,225 
$13.009 $8.589 
$4.137  $4.736 
$2.116  $2.420 
$6.793 $6.172 
$1.000 $0.950 
$1.000 $0.982 
$2.000 $1.651 
$2.000 $1.841 
$6.678  $11.272 
$3.463 — $1.956 
$3.102 $2.483 
$6.899 $9.411 
$5.090  $4.072 
$6.400  $6.115 
$21.312  $12.610 
$20.881  $16.603 
$46.465  $42.613 
$25.281  $22.638 
$18.853 $19.161 
$29.854 — $25.278 
$7.610  $10.840 
$3.069 $3.569 
$2,992  $2.587 
$11,851 — $11.393 
$4.025  $3.100 
$1.786 — $1.482 
$11.245 — $11.154 
$6.271 $6.195 
$0.714  $0.547 
$3.226 $3.29 
$7.384  — $6.985 
$7.600  $7.796 
$4593  $4.627 


+ 
> 


$9.443 


$1.889 


($21.215) 


($0.743) 
($10.626) 


Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 
Adjusted to Reflect Revised Engineer's Estimate 


Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 
Adjusted to Reflect Final Engineer's Estimate 


Savings Due to Cost Efficiencies 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 


Savings Generated from Acceleration of Work 
Savings Generated from Acceleration of Work 
Savings Generated from Acceleration of Work 
Savings Generated from Acceleration of Work 
Final Budget exceeded estimates 

Savigs Generated from Acceleration of Work 
Final Budget exceeded estimates 

Final Budget exceeded estimates 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0153C Central Bridge No. 018201 & Access Improvements to Route 114 BRIDGE A-1 
0013U East Bay Bridge Preservation BRIDGE A-33 
0172) Improvement to Nayatt Rd PAVEMENT A-38 
0162F SRTS - Barrington C-1A TRAFFIC A-42 
BRISTOL 

9603B Colt State Park Bike Path Connector TAP/OTHER A-10 
0071P Metacom Avenue - HSIP TRAFFIC A-41 
BURRILLVILLE 

0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0201A Railroad Avenue Bridge BRIDGE A-34 
0076N Route 107 1R Improvements PAVEMENT A-18 
0154B Shippee Bridge No. 307 (69E) BRIDGE A-6 
CENTRAL FALLS 

0004D Broad Street Regeneration PAVEMENT A-38 
0004B Dexter Street 1R Improvements PAVEMENT A-8 
CHARLESTOWN 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
O0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
COVENTRY 

0173H 1 R Improvements to Old Summit Road PAVEMENT A-37 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0025E Coventry - Local Safety Improvements TRAFFIC A-30 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
0173) Route 116 Knotty Oak Rd. PAVEMENT A-9 
0026P Trestle Trail West Section Bridges TAP/OTHER A-39 
CRANSTON 

0130E 1 R Improvements to Reservoir Avenue PAVEMENT A-37 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0025F Cranston - Local Safety Improvements TRAFFIC A-30 


0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 


PTSID 


Project Name 


Type Appendix 
0114U |-295 Bridges Contract 2 BRIDGE A-23 
0114T |-295 Bridges Contract | BRIDGE A-23 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0194C Park Avenue RR Bridge BRIDGE A-34 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0162A SRTS- Contract 1 (Cran, E Prov) TRAFFIC A-42 
CUMBERLAND 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0004D Broad Street Regeneration PAVEMENT A-38 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-22 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland-Roundabo TRAFFIC A-41 
0145Q Reconstruction of Howard Road Bridge BRIDGE A-34 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
EAST GREENWICH 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
EAST PROVIDENCE 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0153D Coles Bridge No. 134 (66) BRIDGE A-5 
0013U East Bay Bridge Preservation BRIDGE A-33 
0143D East Shore Expressway Bridges Nos. 475, 476 BRIDGE A-5 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-22 
0013M |-195 Corridor Bridges (77) BRIDGE A-23 
0012E I-195 Relocation - Landscape Contract C PAVEMENT A-3 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-13 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-13 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0162A SRTS- Contract 1 (Cran, E Prov) TRAFFIC A-42 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 


EXETER 


PTSID Project Name 


Type Appendix 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-15 
FOSTER 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
GLOCESTER 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maintance Facility to W. Greenville Rd.) PAVEMENT A-38 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-31 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0055J Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
HOPKINTON 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-15 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-25 
0165V Woodville Road Improvements PAVEMENT A-29 
JAMESTOWN 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
JOHNSTON 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-27 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 
0114V |-295 Bridges Contract 3 BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0138B Rt 6A (Hartford Ave, C-2) PAVEMENT A-39 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-24 
01732 US Route 6 Hartford Ave PAVEMENT A-29 
LINCOLN 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0165) Improvements to Railroad Street PAVEMENT A-39 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-13 


PTSID Project Name 


Type Appendix 
0166L New River Road and Victory Highway 1R Improvements PAVEMENT A-8 
0166K Old River Road (Route 126) 1R Improvements PAVEMENT A-8 
0014Z Replacement of Louisquisset Pike Bridge BRIDGE A-35 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0081W Route 146 Improvements PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
LITTLE COMPTON 
0173S Snell Road Improvements PAVEMENT A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
MIDDLETOWN 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0011E Aquidneck Avenue HSIP TRAFFIC A-40 
0076Z Aquidneck Avenue Improvements TRAFFIC A-40 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0007F Two Mile Corner Reconstruction PAVEMENT A-19 
NARRAGANSETT 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0144B Great Island Bridge #499 BRIDGE A-1 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
NEW SHOREHAM 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0130R Ocean Avenue 1R Improvements PAVEMENT A-3 
NEWPORT 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0173F Broadway Streetscape Improvements Project PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
NORTH KINGSTOWN 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0156A Clarence Hussey Bridge No. 11 (69B) BRIDGE A-5 
0015B Lafayette Road Bridge BRIDGE A-34 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 


NORTH PROVIDENCE 


PTSID 


Project Name 


Type Appendix 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 
0071V Mineral Spring Avenue HSIP TRAFFIC A-20 
0081W Route 146 Improvements PAVEMENT A-28 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
NORTH SMITHFIELD 
0021U Blackstone Bikeway 8C TAP/OTHER A-29 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-12 
0114) Farnum Pike Bridges BRIDGE A-33 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 N TRAFFIC A-41 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0073S Route 146 Guide Sign Improvements North C-1 (North Smithfield) TRAFFIC A-42 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-14 
0145C Union Village RR Bridge BRIDGE A-35 
PAWTUCKET 
0004D Broad Street Regeneration PAVEMENT A-38 
0004B Dexter Street 1R Improvements PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0091S High Friction Surface Treatment 2018 TRAFFIC A-40 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-23 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-27 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-28 
0143U Pawtucket Area Bridges (53B) BRIDGE A-13 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-24 
0055J Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
PORTSMOUTH 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0007C East Main Road 1R Improvements PAVEMENT A-27 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-13 
0132G Portsmouth Maintenance Facility TAP/OTHER A-19 
0081R Route 24 Improvements PAVEMENT A-28 
PROVIDENCE 
0172C 1R Improvements to Smith Street PAVEMENT A-17 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0163) Atwells Ave Bridge No. 975 Replacement BRIDGE A-1 
0013K BG-30 Broad St. South and Elmwood Ave Bridges BRIDGE A-32 


PTSID 


Project Name Type Appendix 

0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-19 
0017G Geneva Pond Bridge BRIDGE A-33 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-12 
0091S High Friction Surface Treatment 2018 TRAFFIC A-40 
0012Q |-195 Relocate Waterfront Parks PAVEMENT A-38 
0012E I-195 Relocation - Landscape Contract C PAVEMENT A-3 
0012T I-195 Relocation, Gano St, Contract 18 PAVEMENT A-38 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-18 
0058L I-95 Sustainability — Phase | TRAFFIC A-4 
0167C Louisquisset Ramp Bridge BRIDGE A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-20 
0018A New Providence Viaduct Southbound Bridge No. 578 BRIDGE A-2 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-24 
0163F Pleasant Valley Parkway Bridge No. 777 BRIDGE A-6 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-18 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-14 
0012R Providence River Pedestrian Bridge BRIDGE A-14 
9004D Providence Station Enhancements TAP/OTHER A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-14 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0081W Route 146 Improvements PAVEMENT A-28 
0078G South/North Main Streets ADA Improvements PAVEMENT A-9 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-42 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 
0201T West Elmwood RR Bridge No. 660 (69G) BRIDGE A-7 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
0017E Woonasquatucket River Bridge BRIDGE A-35 
RICHMOND 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0170C Baker Pines Bridge No. 593 BRIDGE A-22 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0145B Carolina Bridges (57F) BRIDGE A-12 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 


PTSID 


Project Name 


Type Appendix 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
0165V Woodville Road Improvements PAVEMENT A-29 
SCITUATE 
0173K 1 R Improvements to Rockland Road PAVEMENT A-37 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0173Z US Route 6 Hartford Ave PAVEMENT A-29 
0081E Us-6 (Rt 102 to Danielson Pk) PAVEMENT A-39 
SMITHFIELD 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-12 
0025R Intersection Safety Imprv to Rt 44/Smithfield Commons-Dual Turn Lanes TRAFFIC A-41 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
SOUTH KINGSTOWN 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0165X High Street & Kingstown Road Improvements PAVEMENT A-18 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-29 
00732 HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-30 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-27 
0025X Local Safety Improvements 2018, C-3, (South Kingstown) TRAFFIC A-39 
0143R Route 1/South County Pier Cap Replacements BRIDGE A-6 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0139H Route 138 Improvements PAVEMENT A-18 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
0173N US Route 1, South Kingstown Improvements PAVEMENT A-10 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-25 
0084B 2017 Crack Sealing North and East Regions OPERATING A-25 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-25 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-26 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-26 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-26 
0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 OPERATING A-36 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 OPERATING A-37 
0025K 2018 Statewide Intersection Safety Improvements TRAFFIC A-40 
0153P Bridge End Treatments - HSIP TRAFFIC A-19 


PTSID 


Project Name 


Type Appendix 
0084S Crack Sealing - Limited Access OPERATING A-15 
0086U Crack Sealing - Limited Access, 2015 OPERATING A-7 
0084Z Crack Sealing - North & East, 2016 OPERATING A-15 
O0084Y Crack Sealing - South & Central, 2016 OPERATING A-16 
0102) East Bay/South, C-6 - STC TRAFFIC A-20 
0011C Enhanced Roadside & Freeway Delineation TRAFFIC A-10 
7006F Guardrail Repair and Replacement 2014-2016 OPERATING A-2 
0025) High Friction Surface Treatments 2016 TRAFFIC A-30 
7005F Impact Attenuator Repair and Replacement 2014-2016 OPERATING A-2 
0102H North, C-5 - STC TRAFFIC A-10 
0102G North/Central, C-4 - STC TRAFFIC A-11 
0116E Pavement Striping - East Bay, 2015 OPERATING A-7 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-20 
OOO6A Rhodeworks Toll Facilities TAP/OTHER A-29 
oos6w Rubberized Asphalt Chip Seal, 2015 OPERATING A-7 
0122H Statewide DMS Installation TRAFFIC A-4 
7006H Statewide Fence 2017-2019 OPERATING A-16 
7009E Statewide Fence Repair and Replacement 2015-2016 OPERATING A-2 
7006G Statewide Guardrail 2017-2019 OPERATING A-16 
7006J Statewide Impact Attenuator 2017-2019 OPERATING A-17 
0116S Statewide LED Retrofit Project TRAFFIC A-21 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-17 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-17 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-26 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-19 
0025P Statewide Road Diet 2017 TRAFFIC A-31 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-21 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-31 
TIVERTON 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
WARREN 
0013U East Bay Bridge Preservation BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-41 
WARWICK 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 


PTSID 


Project Name 


Type Appendix 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-12 
0185A Apponaug Circulator By-Pass PAVEMENT A-2 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0014D Centerville Rd Bridge BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-20 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-26 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-23 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-27 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 N TRAFFIC A-41 
0025S Roadway Departure Mitigation - Horitzontal Curve Enhancements TRAFFIC A-41 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-14 
0071T Warwick - HSIP TRAFFIC A-21 
WEST GREENWICH 
0143A Big River Bridge BRIDGE A-32 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-25 
WEST WARWICK 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
WESTERLY 
0105F 2018 Crack Sealing North and East Regions OPERATING A-36 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
WOONSOCKET 
0021S Blackstone River Bikeway Segment 8B-1 TAP/OTHER A-39 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-30 
02011 Hamlet Ave. Bridge #500 (69C) BRIDGE A-5 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
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0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 


